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Box 1 


Miscellaneous Correspondence Relating 
Primarily to Building Construction 
Alterations & Inspections, 1935-1937. 








' 




PROGRESS REPORT FOR THE MONTH OF . 

building, u. s. ..Mint.Addition. AT _Denver,...Colorado 


contractor —. TIME LIMIT 310.days .from Sep,t,, 13th 

Expiration July 20, 1936 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY_ July lot 195C _. 19 


BRANCH 

Total Value of 
branch 

Total Value Com¬ 
pleted TO LAST REPORT 

Value completed 
Since Last Report 

— # 

PER CENT COMPLETED 

Last Month 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

dollars 

CTS. 

This Month 

Demolition—Shoring, 

&4,457 

OjC 





Normal 

Excavation, 

4, 790 







nffifl&Cement Finishes 

5.980 






EQUIPMENT 

Footings, & Conn-r^te 

23,042 






W aterproofing—Subdrains, 

'209 






Brickwork, 

8.913 






Granite work, 

68,195 






Stonework,& Bel Blocks 

' 334 






FORCE 

Concrete.VaUlts old B1 

dglO.662 






Structural steel and iron, 

43.852 






Architectural terra cotta, 

6,979 






Structural terra cotta, 

2.179 






Roof covering, &Span Tile 

2.369 






Woodwork, & Carpentry 

6.210 






PROGRESS 

Painting and glazing, 

4,143 






Lathing and plastering, 

1,765 






Interior marble, terrazzo, etc., 

985 






Ornamental metal A Grille 

s 11,250 






Hardware, 

682 






DELIVERY OF MATERIALS 

Vault Doors Linoleum 

349 






Approaches, curbs, grading, etc., 

372 






Miscellaneous, & Slipe PV1S 

ion5,657 






Rft-iTrPrvrning Steel 

20,976 






Hol-Met&Vert L.D. 

5,986 






Sheet Metal 

“2,356 






Plumbing, 

10,639 






SAMPLES OVERDUE 

Soapstone 

11.029 





Heating and ventilating, 

11,865 






SAMPLE 

TIME OVERDUE 

Electric work, 

14.566 








Structural glass 

2,423 






Lighting fixtures, 

668 






Elevators—Lifts, 

3,230 






Total, Additions 








REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions 
Less value of work not completed 

Less 10 per cent retained - 

Less payment on account - 

Amount of payment for month of. 

Form 8701 

TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


Construction Engineer . 


wt no if cm nofTDia omci 


2—14042 




























































































































































































































PROGRESS REPORT FOR THE MONTH OF 


. 19 


building, u. s. ..Ittn^ A^dition . at . Denver* .1 Colorado. 

contractor F«J.KirchhodT Coustruotioii Co* time limit 310 days from Sep t,, 13 th 

Expiration July 20, 1936 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY _July Is t # 19&6.’ 19 


BRANCH 

Total Value of 

BRANCH 

Total value com¬ 
pleted to Last Report 

Value completed 
Since Last Report 

DOLLARS 

CTS. 

dollars 

CTS. 

dollars 

CTS. 

Demolition—Shoring, 

~54,457 

00 





Excavation, 

4,790 






##JCement Finishes 

5,980 






Footings, & Conor© i!© 

23,042 






W aterproofi ng—Subdrains, 

209 






Brickwork, 

8,913 


•- 




Granite work, 

68.195 






Stonework, & Bel BlOClSB 

334 






Concrete, YaUltS Old B1 

dgl0,662 






Structural steel and iron, 

43.852 






Architectural terra cotta, 

6,979 






Structural terra cotta, 

2,179 






Roof covering, dsSp 811 Til© 

2.369 






Woodwork A Carpentry 

6,210 






Painting and glazing, 

4*143^ 






Lathing and plastering, 

1,765 






Interior marble, terrazzo, etc., 

985 






Ornamental metal Grill© 

S 11.250 






Hardware, 

682 






Vault Doors XiiHOl©UDl 

349 






Approaches, curbs, grading, etc., 

372 






Miscellaneous, & SUp©PViS 

Ion5,657 






Rft-lrrforelng Steel 

20,976 






Hol-M©t&Vert L#De 

5,986 






Sheet Metal 

356 






Plumbing, 

10,639 






««ExaeaEX Soapstone 

11.0T9 






Heating and ventilating, 

HL ; 865 






Electric work, 

14,566 






Structural glass 







Lighting fixtures, 

668 






Elevators—Lifts, 

3,230 






Total, Additions 








PER CENT COMPLETED 
last Month_ 

THIS MONTH __ 

NORMAL ... 


EQUIPMENT 


FORCE 


PROGRESS 


DELIVERY OF MATERIALS 


SAMPLES OVERDUE 


SAMPLE 


TIME OVERDUE 


REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions - - - - - • - - - - $ 

Less value of work not completed. 

Less 10 per cent retained.S 

Less payment on account - -- -- -- -- _ 

Amount of payment for month of. 


Form 8701 

TREASURY DEPARTMENT 

Procurement Division .—.—.-.. 

Public Works Branch 2—1404 2 Construction Engineer . 
































































































































































































0 


A 


PROGRESS REPORT FOR THE MONTH OF ...., 13 

building, u. s. Addition _ at „ ?Mil 7 s*# Colorado .._ 

contractor ?.J.'lrchhctf Construction Co* time limit 6 * 7 * tror. 3 qp t* 13 t 

Expiration July SO, 1936 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY .. . JuXf .- W 


fc*A«CH 


penv>l Bhr/ri n %, 

Ex/ravail on. 



**•1 


FogtlBM,! 

W atergracfi /, if HuMrul ft*, 
Brtekwork, _ 

Granite work, 

BtOn eWOf 

Crmerete,^ 

Htnvdiirtd steel atA iron, 
Arehlteetural terra cotta, 
HtructuraJ terra cotta, 

R/*/f cf/v ertn^ 

Woodwork ft 
Painting and glaring, 
Lathing And plastering, 



I n terfor mn rble, tenr azso , etc,, 
f)nriainer jtal mortal ft Orf X* 

Hardware, _ _ 

Vault Doors Linoleum 

Approaches, curb* , grading, etc, , 
M IsCellanCOlJS, ft 


lfetal 


Plumbing, 


Heating and ventilating, 
I f ' ’ rie work, 


Lighting fixtures, 

Elevators- -Lifts, 

Total, Additions 


Torrid. ikUH rjf 

0NMCH 

Total vau* com- 

PLTTLO TO LATT PtPOVT 

... 

Vau* Owntrw 
Una. Last kirom 

wu>« 

C71 

• tflUJctt 

CTf tSJUJti 

at. 

#♦,«? 

4,»»0 

00 

\ ' 






6,900 





23.042 





e,ia 










6Qj19 £ 

















43.652 

2’?? 

2,179 
















> 2,369 






6,210 












* a ^ 












11 2B0 












349 






37T* 






'lane,«B7 






20,976 












2,88# 






10 t 639 






11|09 






3jJ 






14 t 566 






2 ggj 3 






ooe 






3|2S0 













PER CENT COMPLETED 

Last Month,___ 

This month_—_ 

Normal ... 


EQUIPMENT 


FORCE 


PROGRESS 


DELIVERY OF MATERIALS 


SAMPLES OVERDUE 


SAMPLE 


TIME OVERDUE 


REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained 
Less payment on account 
Amount of payment for month of 

Korin M70I 

7 JtK A HO It Y I tier Mir M ENT 

1*1101 I'lirHKNT JIIVINIO* 

FVltlJC WollKe UllASMI 


$ 


MtMMVBMT mUfTtNlI UIH I <1 1 4042 


$ 


C onutruclion Engineer. 





















































































































































PROGRESS REPORT FOR THE MONTH OF 


. 19 


BUILDING, U. S. Wttl . AT .. 

CONTRACTOR F«J*KirChhrf COH8 tl*UOtion CO* TIME LIMIT Ht-ijll-iiiff-j il 

Expiration July 80, 1936 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY-^Uly l&V,1936. 19 


BRANCH 


Demolition—Shoring, 

Excavation, 

,^cement Flnichoa 
F ootin gs, & Conorate 


BRANCH 




41790 


Waterproofing—Subdrains, 
Brickwork, 


Granite work, 
Stonework, 


riocTo 


Concrete, vouitc oicrma-io 


St ructural steel and iron, 
Architectural terra cotta, 


Structur al terr a cotta, 

Roof covering, aspin TlXo 
Woodwork,% 


Painting and glazing, 


Lathiiig and plastering, 


Interior marble, terraz^o, gt 
Ornamental inetal/ 


rrazzo, etc.. 

ftQrtniB 


5,900 


W, 



08,196 


at 


Hardware, 
Vault Doors 


A pproaches, curbs, jg-ading, etg., 
Miscellaneou s, ^ uwfwrUI 

Re-inforcing Steal 

Bol-HiWerf I.D. 


abmet ltotal 


Plumbing 


Heating and ventilating, 


Electric work, 

Bfrqpturril JTiii 


Lighting fixtures, 


Elevators—Lifts, 


Total, 


a 18 



F 

Total Value com¬ 
pleted to last report 

VALUE COMPLETED 

Since Last Report 

PER CENT COMPLETED 

LAST MONTH... 

CTS. 

dollars 

CTS. 

DOLLARS 

CTS. 

THIS MONTH_ 

00 





NORMAL.- .- 











EQUIPMENT 


























FORCE 































PROGRESS 


' 
























DELIVERY OF MATERIALS 




































SAMPLES OVERDUE 











SAMPLE 

TIME OVERDUE 





























REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions. $ 

Less value of work not completed - . 


Less 10 per cent retained - . $ 

Less payment on account - . 

Amount of payment for month of. 


Form 8701 

TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


•OTiaxMixT nnrriNO omci 2 — 14042 


Construction Engineer. 



































































































































































































PROGRESS REPORT FOR THE MONTH OF 


. 19 


BUILDING, U. S. _ . AT .Gilftttift-..-. 

CONTRACTOR .MJllltttf MHmUM Mf. TIMELIMIT 

xr lpftlio# HXw 80# iW* 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY- Mrkh»M. 19 


BRANCH 

Total Value of 

BRANCH 

Total value com¬ 
pleted TO Last REPORT 

Value completed 

Since last Report 

PER CENT COMPLETED 

last Month_ 

THIS MONTH ..-.— 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

Demolition—Shoring, 

94.487 

Hi 





NORMAL ___ 

EQUIPMENT 

Excavation, 







gCmat nalalui Mm 






Footings, Coneroto 







Waterproofing—Subdrains, 

809 






Brickwork, 

crril? 






Granite work, 

Stonework,® tfol I 'lOClS 







FORCE 

Concrete,«U M 







Structural steel and iron, 







Architectural terra cotta, 







Structural terra cotta. 

8 t W 







TBjaw 






Roof covering, " 

PROGRESS 

DELIVERY OF MATERIALS 

Woodwork,® 

$,21® 






Painting and glazing, 

4,143 






Lathing and plastering, 

1,765 






Interior marble, terraz^p, etc., 

985 






Ornamental metal, Grille 

s 11,250 






Hardware, 

* 682 






Vault Doors Linoleum - 

349 






Approaches, curbs, grading, etc., 

372 






Miscellaneous, &Supe rvi SI 

on 5,657 






fie-inforcing Steel 

20,976 






Hol-Met&Vert L.D. 

5,986 






Sheet Metal 

2-356 






Plumbing, 

10,639 






SAMPLES OVERDUE 

Gas piping, So aps to n e 

n. n2$ 






Heating and ventilating, 







SAMPLE 

TIME OVERDUE 

Electric work, 

14,566 








Structural glass 

2.4P3 






Lighting fixtures, 

668 






Elevators—Lifts, 

3,230 






Total, Additions 




_ 




REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions 

Less value of work not completed - -- -- -- -- -- 

Less 10 per cent retained.$ 

Less payment on account 
Amount of payment for month of. 

Form 8701 „„ 

TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


•OTKINMEKT l‘XINTRO OIT1CI 


Construction Engineer . 































































































































































































































I certify that the above article* were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No. .of " Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 


f Approved for $. 


(Memorandum—Do not sign) 


t 


Paid by 


Check No. 
Cash, $ _ 


.• dated.. for $. 

on- * Payee. 


• When a voucher is eigned or receipted in tho nomo of a company or corporation, tho name of the person writing tho com¬ 
pany or corporate name as well os tbc capacity in which ho signs, must appear. For example: "John Doo Company, per John 
Smith, Secretary," or '*Treasurer," m tho caao may bo. 

t If the ability to certify and authority to approve arc combined in ono person, ono signature only ia necessary; otherwise 
the approving officer will eign in tho blank spaco below "Approved for $.____,” and ovor his official titlo. 

•onwnrafT rrwnae orrwa 2—14101a 


Per . 

Title 


Tjie Construction Kngineer 

{ on Treasurer of the United State* 
in favor of payee named above. 


(Memorandum—Do not sign) 































































































































METHOD OF OR ABSENCE OF ADVERTISING 

(Section 370® of the Revised Statutes) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to_ dealers. 

(6) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. Tht 
notation on certificate on the face of the voucher must be 4 ‘2 (a) (6)" or **2 (a),” depending on whether or not notices were posted.) 

3. \\ ithout advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 
to advertising. 

4. Without advertising in accordance with_ __ _ __ _ _ 

5. ithout advertising, it being impracticable to secure competition because of _ * * __ 


(Here stale circumstances under which the securing of competition was impracticable) 


* o A. a k,? ve f 0 ™ Method of or Absence of Advertising” is to be used when purchases are made or services secured under 

nr i£L fnrm°i n l t ! wl thoufc written agreement in any 'form. In case of a written agreement (formal contract, proposal and acceptance, 
a & r e em ent) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 


10—1751 


r 





* < 




* »Vt 






















Standard Form No. 1035 a 
Form approved by 
Comptroller General U. 8. 
June 18,1020 


Public Voucher for Purchases, and Services other than Personal ° 


i. 0. Vou. Ns. 

.. 


(W. DWITW , Colo. . Oc t . 86- H 38 

(Give place and date) 

V. S. _ •>!▼• Public Bldl ngs B ranch, 

(Department, Bureau, or Establishment) 

21-872 Emergency Construction jot pulldlnga, 


PAID BY 


Appropriation: 


Act June If j, 1934« 


THE UNITED STATES, Dr., To Ur dhhc f Co nstruction Company, 

Address 900 harenc e St ., Denver, Colo, 


(For use of Paying Office) 


(Payee) 


Payee s Accl. No. 


Payee must NOT 
use this space 


toe. N„T 1- PW -* 5 08- ■ Dto.ocpt,..30-1*3$No. 
; v i t> .u.c. t l n t Md. DanTs r, Colo,. 


Contract 

Activity 


Date. 


For. 


Expendi¬ 

ture 

Symbol 


No. and Dato 
of Order 


Date of Delivery 

■mr 


Oct.sa- 


se 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash days 


Ceoent Finishes 
Granite work 
Belgian Blocks 
Structural Steel 
itoof Covering (-4 
Painting & ^ 

Lathing & -^a^sfing 
Int. Terrazza 

^•'etal a Grills 




QUAN¬ 

TITY 


UNIT PRICE 


Cost 


»tal A Vertical L. Doors 
it Metal fioric 
Plumbing 

Soap Stone Fooring 
Heating and Ventilating 
Electrical tork 
Structural Glass 
Electrical Fixtures 
Additions and Deductions to Contract 
pending acceptance of all-p*jt charge 
and credit proposals.- 


Per 


AMOUNT 


NOTATIONS 


Dolla 


Cts. 


100 

1,453 

34. 

52 

369 

343. 

90 

50 

300 


TOTAL, 


810 

200 

189 

529 

415 

318 

123 

133 


.00 
.00 
00 
.00 
00 
00 
00 
.00 
•00 
•00 
•00 
.00 
.00 
00 
00 
00 
00 
00 


5,590.00 


5,590100 


Payee muit 
NOT use this 
column 


NOTE.—This form to be used as a fast and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, the final 
sheet containing the certificates. 10— I7fii 











































































Standard Form No. 1054a 

Form approved by 
Comptroller General U. 8. 
June 18, 1920 
(Rovlsod August, 1930) 


D. 0. You. No. 

N#... 


Public Voucher for Purchases, and Services other than Personal 

. Denver, Colo. Oct. 28- 1936 

ouc cr Bran< ^ 

U. S .DE PAR TMENT Procurement Division, Public Works Branch 

, 2X-872 

Appropriation: _ 


of Public Buildings, 


Act June 19 th- 1934. 


THE UNITED STATES, Dr., To _ tir ahh of Construction Co mpany, 

700- Larence St., Denver, Cold P . ayee) 


PAID BY 


>0 


(For use of raying Office) 


Address. 


- Payees Acd. No. 


Payee must NOT 
use this space 


r f fMK T1-FW-P.508- Sept.30-36 Kr 

Contract $>.s. Ad4 v--D«S^rrfiols-.--- Rec i- No - Date - 

Activxty...... For 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


Oct.28436- Contract Amount 

Additions previousl reported 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

1 ermi-% Discount Cash_days 


Deductions previ 


Work previau 

Work 





QUAN¬ 

TITY 


UNIT PRICE 


Cost 


ported 


ompleted-^298,282.31 
this month 5,590.00 

3537872731 


_ uncompleted work 

.ess Amountretained on A/c 

Less Payments on Acct ,_^ 

Less Error in last Mo.vouches 'ljOO.OC 


$18,608.89 

[279,573.42 


Per 


AMOUNT 


NOTAnONS 


Dollars 


m 


97,112 
8,IE 


f305,£6 


303,999.13 


(This certificate not required when a like certificate is made by payee on attached bill or bille) 
1 certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


TOTAL, 


* Payee . 


Per .... 

Title ... 


Payee must 
Cts. JNOT use this 
column 


9.79 

.61 


70 


126 

^03,872 

298,282 


$57590 


.82 

• 31 

.51 


.00 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payao must NOT use this space) 
Differences:_ 


Account verified; correct for_ 

(Signature or initials).... 


~$ 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No. ..of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 


f Approved for $- 


(Memorandum—Do not sign) 


^Construction Engineer 


Paid by 


Check No. 
Cash, $ 


__ dated...., for $. 

on_ * Payee__ 


pony c 
Smith 


• When a voucher is sicnod or receipted in the nsmo of a company or corporation, the name of the person writing the oorr- 

or corporate name ae well as the capacity in which he sign*, must appear. For example: "John Doe Company, per John 

X Hccretarv." or "Treasurer." as thecae may be. . .__ _ _._ .. _ .. 


ifSTahiUty to eertify and Authority to approve are combined in one person, one signature only is necessary; 
IBs approving officer will siin in the blank space below "Approved for t. and over his official title. 


; otherwioe 


2—14161a 


Per . 
Title 


{ on Treasurer of the United States 
in favor of payee named above. 


(Memorandum—Do not sign) 
































































































































*1 


*’.0.0 f_ 


inn 


*3b1 t o1 isiIoboV A M 


* . \ f X X * * - «-*» 

j 1 > jqraoO 


METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 ot the Kovisod Statutes) 

( 

1. After advertising in newspapers. _ 

2. (a) After advertising by circular letters sent to-dealers. 

(6) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must e ma e. t 
notation on the certificate on the face of the voucher must be “2 (a) (J)” or '*‘2 (a),” depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 

t° advertising. ' _t,T .Z3TAT2 Q37TOU 2HT 

4. Without advertising in accordance with_ _ 


5. Without advertising, it being impracticable to secure competition because of. 


_ _-_ 






tllore stale circumstances under which the securing of competition was impracticable) 


TOM twriri 


Note. —The above form “Method of or Absence of Advertising” is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 10—1751 


... rUoO 

taros 

reiwttF a 






9<l 


a7/ 






JATOT 


iAX SI 




Bf 


atrfi emu TOM iu/rn 


_ __«UfT 


(oobA^aiiMU ymlnuodiA) 


rtooaoioBiG 


dw boiii <m .* 0 a 0*mi , 'S'isa till'. 

bag thui bag Inn?) ti if: J 9T 
-bd r 1 o9g<f TO/1 « • 


(Xiasi-d yd iliwngisf • fertot ibb/ 

(pgaggdMi bo fn H t» ii ^In g cn dk HqftiiS ro 


I—- 




_tol tesnoo ;biil'u*v JfiiiooaA 

_ (eJsilijji 10 


Lsunoh^ -*.4 j 10 ,wc! yd bitiupoi ca ©J u>iiq <(wvibb bnc ^ocudqtooa ^oiiyyquu sub wils .a :hb<Kj® boo^ tu borbm yaw t>voJ« o<L *&rij vlitoo ! 

0*30 ai •fariaoo s&' 4 # 1 isq±iw bdiu^oiq saw ysih urfj 10 .ofetsd bsdafiWs .nvnoo bs^xlmumtu sdj to ovoda tollmen torUnao mb ahms b»unc:^ j w r • m 

yumsjoa saw baa Xosad ytawsn 00 c ~>A to aacaadA to lo LodisM txuudmv j ^ ^ 4 ^ 

•Itwaiwi** Mil ih;#r ©aa*i oa>* ni has Mnou&t beta ?«ui m bogiaib csonq odb hub bo* :jaq 

(nyia ion oQ - mvbnnomtM) 


—t 


t to\ LayoiqqAt 


odi to eriuaaan 1 r*o | 

«©*©da boaM »y*q i J — 


. J 




. $ lot , 


-----bsJub , 


.oM ioarO I 


Ifftb Htrt i 


asysH 1 


yd Lisq 


no -- 


_ 

•teT 


«t* .r«» r.ngwa *j$f lo vror rui* .< • 

*** a*** ,caa.«>v * 


•* Io^wh.t f *» ni 

diiK'n o. y ,;ar* 




», -- Wjftjrt & O-idW * 

«4» o»oaii»::hg *Lttr<r»w« j 


T0M«Q 






















































Standard Form No. 1035 a 
Form approved bv 
Comptroller General U. 8. 
June 18,1926 


Public Voucher for Purchases, and Services other than Personal 

VMr W ri .»gWt 

N (Give place and date) 

u ^ Treasury Dept. Procurement Div. Public Bldinga Branch,. 

(Department, Bureau, or Establishment) 

2X-872 Emergency Construction of Buildings,. 


D. 0. Vou. N».. 
No._ 


Appropriation: .... 

Act June 19, 1934 •. ... 

THE UNITED STATES, Dr., t 


Address 700 St., Denver, Colo. 


(Payee) 


PAID BY 


(For use of Paying Office) 


Payees Acct. No. 


Payee must NOT 
use this space 


Contract N» Tl-PW-2508- » Date Sept, 30-1*5$ No. Date. 

Activity For 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 

itisr 


Oct•28* 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms % Discount Cash--days 


26 Cement Finishes 
Granite work 
Belgian Blocks 
Structural Steel 
Roof Covering 
Painting & G] 

Lathing & &}a¥^Ving 
Int. i:arfKLe^nd Terrazza 
Onameh%aF^Metal & Grills 




QUAN¬ 

TITY 


UNIT PRICE 


Cost 


stal & v ertical L. Doors 
Metal Work 
Plumbing 

Soap Stone Fooring 
Heating and Ventilating 
Electrical Work 
Structural Glass 
Electrical Fixtures 
Additions and Deductions to Contract 
pending acceptance of all-prp charge 
and credit proposals.- 


Per 


AMOUNT 


Dollars 


100 

1,453 

34 

52 

369 

343 

90 

50 

300 

82 

810 

200 

189 

529 

415 

318 

123 

133 

5,590 


Cts. 


Payee roust 
NOT use this 
column 


00 

.00 

.00 

.00 

.00 

00 

.00 

.00 

.00 

•00 

.00 

.00 

.00 

.00 

r .oo 

00 

.00 

.00 

.00 


TOTAL, 


NOTE.This form to be used as a Cist and follow sheet where more than one sheet is required, carrying forward the total or totals to. 

sheet containing the certificates. 


57590 


NOTATIONS 


L00 


or summarizing them upon, the final 
10—1751 NTmxnTiumwBxm 
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2 7 0 0.0 0 

i e.7 o ao 0 

1 5 7 6 8. 9 0 

M 5. * 5 

2 5 9 7 8. f 0 
1M05.89 

4 e v* i 1.5 0 

2f M 5.0 0 
2 83 5.0 0 

1 9,9 2 4.4 0 

2 3.0 4 4.2 0 
2 3. * 8 3.7 3 
17,^100 


2 7 9 , 5 7 3.4 2 


rpn, .. BVwm 1G72B 
treasury DEPARTMENT 
gaOCUEEMKNT DIVISION 
■Public Works Branch 


Stieet S 


Record of Vouchers Issued 

(Building) 


.?-g8 ?2~Em ergency Const. ofnih .BldiagfiS^i^^SSrr^cT and 


MISCELLANEOUS VOUCHERS 


Z• J • Kirchhof Const. Co. 

Date of 
Authority 

Date of 
Voucher 

Amount of 
Voucher 

In Favor of 

(Name of contractors) 

bate of 
VOUCHER 

AMOUNT OF 
VOUCHER 

NET PAYMENTS 
TO DATE 






J-935 

0ct.28ti 

1-2,70( 

>.0< 

D-2700 

,00 






Kq.y.^2.7-.. 

16*1100 

15,766 

♦- 

• 9( 

j.a^9nc 

554,665 

»Qi 

1 





Dec.27- 

-lAC/;.... 

I.91 

) 





Jan. 27- 

.25*61! 

5.3 

5.J.60, 

^86 *26. 

2 $121 

284 

... 

.25_ 

5 





Feb.37-< 

?' vl 27, 

:e..978, 

35,10! 

i5.0 

>.8 

2.7 

I 

.36 





3.57 

• 




Apr. 27, 

46,11] 

..51 

) 167 

,48 

0.07 





M*y 29 

25,51E 

i .0 

D 192 

1 

,99 

5.07 





June 27 

2,835 

>.0 

D 195 

,83 

0.07 




• 

June 27 

19,924 

.4 

] 215 

i.?5 

4.47 





July 27 

1 

23,04^ 

: * 2. 

2 238 

,78 

B V 69 _<%3^ 

Irp 




Aug.27 

1 

23,382 

.7: 

5 262 

,18 

2.42 





Sept.26 

17,39] 

..0( 

) 279 

,57 

3.42 ^ 





pet.28 

5,590 

.oc 

i 28£ 

:,1( 

>3.42 
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« Jjl- 
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TREASURY DEPARTMENT 

WASHINGTON 


PROCUREMENT DIVISION 
PUBLIC BUILDINGS BRANCH 

October 3, 1936. 


IN REPLYING QUOTE THE ABOVE SUB- 

JECT. BUILDING, AND THESE LETTERS f. D' CLI-il 


Construction Engineer Owens, 
U. S. Mint, 

Denver, Colorado. 


Sir: 

You are advised that the voucher recently submitted by you in 
favor of F. J. ICirchhof Construction Company, in amount $.7,491.00, 
for work performed during the month of September, 1936, for construc¬ 
tion of the Mint at Denver, Colorado, has been reduced to $.7,391.00 
and approved for payment in that amount. The deduction of $.00.00 
represents an error in that amount having been made in subtracting 

the value of the uncompleted work from the net amount of the con¬ 
tract. 

You are requested to adjust your records and be governed ac¬ 
cordingly in the issue of future vouchers under the said contract. 

Very truly yours, 



Office Manager. 




PROGRESS REPORT FOR* THE MONTH OF .. 19 

— .A. 

building, u. s. Mi n* Addition. AT Danver, Colorado. 


contractor >» #■ CwKWOW 4. time limit 310 days from 3ept,pth, 

/ Expiration Sopt• 20 , 19.. 6 
JPAn£y?r 


APPROXIMATE DATE BUILDING READY FOR OCCUPANC 


-Sapfcv--ls-t r ~a936.- 


BRANCH 

Total Value of 
BRANCH 

Total value com¬ 
pleted to Last Report 

VALUE COMPLETED 

Since Last Report 

PER CENT COMPLETED 

last Month _ 

/THIS MONTH _ 

NORMAL.100* . 

/ fOO* equipment 

^ Satisfactory 

Lh£M 

V 34* fc/rce 

/ o 'S 

Satisfactory 

7 3U- x 

*• PROGRESS 

^^is^actory 

3 c Q f — 

d^Ll^ERY OF MATERIALS 

jA Satisfactory 

to -A 

Zo O -k' 

DOLLARS 

CTS. 

dollars 

CTS. 

DOLLARS 

CTS. 

Demolition—Shoring, 

4.457 < 

DO 

4,457 ' 

00 

0 


Excavation, 

4,790 < 

DO 

4,600 


190 

00 t 

BGBKCement Finishes 

5^9SQ 


5,800 


80 

00 , 

Footings, & Concrete 

23,042 


23,013 


29 

00 

W aterproofing—Subdrains , 

209 


209 


0 

_1 

Brickwork, 

0,913 


8.915 


0 

00 

Granite work, 

68.195 


64,500 


2 9 242 

Stonework/l&Bel Blocks 

334 


150 


150 

oo 

Concrete Vaults OldBldi 

z.10,662 


10.663 


0 


ctural steel and iron, 

43*852 


43.400 


400 

00 

Ai chitectural terra cotta, 

ft, 979 


6,979 


0 


Structural terra cotta, 

3,179 


2,17SL 


0 


Roof covering JfcSpan Til6 

>?' 369 


2,000 


0 

00 

00 

00 

00 

Woodwork ^CELrP 611 try 

6.210 


6,00Q 


210 

Painting and glazing, 

4.143 


3*000 


800 

Lathing and plastering, 

1.765 


1,450 


225 

Interior marble, terrazzo, etc., 

985 


750 


185 

Ornamental metaljfcGrrill8S 

11.250 


10,750 


200" 

oo - , 

Hardware, 

682 


500 


X00 

-T- 

00 

Vault Doors Linoleum 

349 

& 

¥*. 349 


KDGC 

Approaches, curbs, grading, etc., 

372 

w.s 

372 


Cauk.^ 

V 

A 'A- 

Miscellaneous, &SUp@P Vi Si 

m 5,657 

5.550 


107 

00 

00 

irrforci luz Ste © 1 

20.976 


20,950 


26 

Hoi — Met&Vert L.D. 

5,986 


1,950 


3 p 226 

oo 

Sheet Metal 

2.356 


1.450 


706 

00 

plumbing, 

10,639 


8,450 


2 9 000 

oo 

aa~ 

samples overdue 

o piping, Soapstone 

11,029 


7,500 

10,950 


Op 000 

- EAA~ 

00 

nrr~ 

— 

ZJ-t JSAMPI^ 

TIME OVERDUE 

Heating and ventilating, 

11,865 


DUU 

00 

Electric work, 

14.566 


IS 1 548 


700 

00 

A A~ 

31% 

^ 08 / 


s-fc-rufttural Glass 

2.423 


1,000 


1,300" 

00 

Lighting fixtures, 

668 


350 


185 

00 

A A 

Elevators — Lifts, 1 

3,230 


2,500 


330 

00 

Total, Additions 

6.756 

MZ 

6,560 

A M MTK - 

09 

DUO |OU 
on " 


REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions.f 

Less value of work not completed - -. jk 


Less 10 per cent retained - 

Less payment on account - ■q* T ,I pfn K er 

Amount of payment for month of~5§E-t . 


. $18,608.89 
. 262,182.42 


303,848.61 
5 $ 66 ( •30 
$298, £82 • 31 

280,791.31 
T7,391.00 


Form 8701 

treasury department 

Procurement Division 
Public Works Branch 


«otkb>wcnt ruhTOO omc* 2 14042 


o—i an42 Consiruclio 


Construction Engineer . 
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^ej %•%% 3 -' 3 _/ 
~~.• 3 0 
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£ SI* b- 3_? 




8 5 7.4 9 
FI 2.4 4 
7 0 4. 9 7 
4 7 7 . 6 ? 
£ 3 0.0 0 
56768 
2.0 4 3.? 9 
7 2.1 9 
5 4.7 8 
« 6 6 . 6 9 
7 0 9.1 0 
. til 9.38 
? 4 7. f 0 


7, 6 6 3. 2 3 * 
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4 4 2 .0 0 
3 4 .0 0 ^ 
5 2 .0 0 ^ 
36 9.0 0 
3 4 3 .0 0 j / 
9 0 .0 0 
5 0 .0 0 ^ 
3 0 0.00 ^ 
8 2 .0 0 ^ 
510 . 00 ^ 

3 0 0 .0 0 
2 0 0 .0 0 
1 8 ® .0 0 
529 . 00 ^ 
415 . 00 v ^ 

3 1 8 .0 0 w/V 
1 23 . 00 >/ 
1 3 3 .0 0 - 
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cJ ^S r& - s ^ ouc ^ er ^ or Purchases, and Services other than Personal D 0 wNo 

lsod August, 1930 ) (Voucher prepared .O tHtr * T | ^ Qf ljO| J-«p t • £ 6 * 1 & '4 

r _ (Give plaoe end date) .. " 

S ' T 1 ^^ S - U ^M P ARTMENT. Procurement: Division, PubUc Works Branch 

(Department, Bureau, or Establishment) 

Appropriation: t^KtLMnrjg/s^X _?«Htruf %% .ofBull Hgga _ 

. . 

THE UNITED STATES, Dr., To . —£»_._£*. Hrchhof Coa st tru e tloQC.Qf _ 

(Payeo) 

AJdress .- . 


PAID BY 


(For use of Faying Office) 


— Payees A ccl. No. 


Payee must NOT 
use this space 


Contract No. ~SlM:filM£&dGa . Date.„ 4 .;,i.t^-.-X ,R$q. N<>. 

Activity - p 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Sept 


Date of Delivery 
or Service 


? *19/4 Cotitmot Auour.t 

A dittos* (So* Ji t k%; 


■£S&tr*K"+-&r 


ARTICLES OR SERVICES 
(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Term ». % DUcount Ca.h . A.y. 



r*duction*( • 

*orV prerl 
#ork p 


QUAN 

t: “ 


ITY 




For 


UNIT PRICE 


Cost 


la month 


Per 


AMOUNT 


NOTATIONS 


Dollars 


Cto. 


Payee mutt 
NOT use this 
column 


£ 99*112 Oil 


- pleted fcortr 

AjiCwT 1 . v J t' ilSfy'" 

Lc.sa l ysf oti 015 »/t 


(This certificate not roQuired when a liko certificate it mad© by payee on attached bill or bill*) 

I certify that the shore bill is correct and just, and ' * *—— 

that payment therefor has NOT been received. 

Per 


ay co 



TOTAL, 


(Additional statements by Department, Bureau, 
cr Establishment, if deemed necessary) 




/ y «3f/* ?£> 


(Payee must NOT use this space) 
Differences:_ 


Account verified; correct for__$ 


(Signature or initials) . 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contracLin ooen 

market, and with or without advertising, under the circumstances stated m No. . of “Method of or Absence of Advertising” shown on reverse hereof. and we'e necessary 

lor the public service; and that the prices charged are just and reasonable and m accordance with the agreement. ~ J 


f Approved for $- 


(Memorandum—Do not sign) 


Paid by 


Check No.. dated 

Cash, $-- on- 


: Payi 


ee 


tt« Snglnosr 


TTTT " voachor is signed or receipted in the niune of a company or corporation, the namo of tho person writing the coro- 

wnen » v ^ M t hc capacity in which ho signs, must appear. For exainplo: “John Doc Company, per John 

K&r 8 2S2Ef~“ __ _ _ . . 

t If thn ability eertjfcr ■ 
the approving officer will sig 

rvn rr-n« onra 


to certify and authority to approve are oombined in one person, ono signatnro only is necessary; othenrioo 
T11 j “ “'Geer *fiU sign in tho blank spnoo bolow *’Approved for f-and over his official title. 


for $_ 


{ on Treasurer of the United State# 
in favor of payee named above. 


(Memorandum—Do not fign) 


Per 


Title. 
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>rl*>vo.fl __a _ I. r. ♦ ni j <1 1 I rr *i * n «:sMw? e 

. £00213 A [ • TfcJo £93N i9G1. 2S££lfeli! 1 lot 181: BO ? Dii * 

... /w iti . J TV 

METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Revised Statutes) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to_dealers. 

(fc) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. Th« 
w notation on the certificate on the face of the voucher must be “2 (a) (*)” or “2 (a),” depending on whether or not notices were posted.) 

i lout advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 
to advertising. 

4. Without advertising in accordance with_ _ 

5. Without advertising, it being impracticable to secure competition because of_ 


(Here slate circumstances under which the securing of competi tion was"impracticable)" 


nroner authoritv Q thoc * °* °J Absence Advertising ' is to.be used when purchases are made or services secured under 

or less formal agreement) f aSG i ?i a Wri l^f n a S reeme . nt (formal contract, proposal and acceptance, 

award of contract fSco rpnpmi^Jlilr 0, 1 ^ eV a Se ^ 1 used for abstracting the method of or absence of advertising and 

award ot contract, (bee General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 10 -mi 
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0 «■ 

1 9 0 .0 0 
8 0.00 
2 9 .0 0 

2 . 2 4 - 2 .0 0 

1 5 0 .0 0 

4 0 0 .0 0 

2 1 0 .0 0 
8 0 0 .0 0 

2 2 5 . .0 0 

1 8 5 .0 0 

2 0 0 .0 0 
1 0 0 .0 0 
1 0 7 .0 0 

2 6 .0 0 

3 . 2 2 5 .0 0 
7 0 6 .0 0 

2 0 0 0 .0 0 
3 .- 0 0 0 .0 0 

5 0 0 .0 0 
7 0 0 .0 0 

1,3 0 0 .0 0 

1 8 5 .0 0 

3 3 0 .0 0 

6 0 0 .0 0 

17 . 4 9 1 .0 0 * 
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Standard Form No. 1034a 

Form approved by 
Comptroller General U. 8. 
June 18.1928 
(Revised August, 1930) 


Public Voucher for Purchases, and Services other than Persona! * 

Ni 

{Voucher war'd . O—VT, Col orado, 8ept« $ 6 , 19 T 6 

(Give place and date) 

U. S. TREASURY PEPAR TM ENT Procurement Division, Public Works Branch 

(Department, Bureau, or Establishment) 

Appropriation: ----21-87.?..Emerge^X^^AtrwcAlp^^_|tollddnss, _ 

..Act# June 19» 1934 


K 0. Voo. No .. 

No.. . 




THE UNITED STATES, Dr., To _ f » J • K ir chhof _ _t i on__C 

(Payee) 


PAID BY 


(For use of Faying Office) 


Address y.CfllaffrjSEUie-S W J3eXLVer^-CnlQrJLlO....„ Payee’s Acd. No. 





Paid by 

Check No .. dated 

Cash, $. --- y on- 


-r for $ 

J on Treasurer of the United State* 

• When a voucher is aignod or receipted in the name of a company or corporation, the name of the person writing tho com. 

pany or corporate name as well aa tho opacity in which ho signs, must appear. For example: “John Doe Company, per John 
Smith. Secretary,” or “Treasurer, ss the case may be. .... 

Per_ 

(Memorandum—Do not aign) 

t If tho ability to certify and authority to approve are combined in one person, one signature only is necessary; othorwicn 
tho approving officer will sig» ia the blank space below Approved for 8 -- and over bis official title. 

___2—14161a 

Tide _ 



fiAUtmzn filWTlN® OW1C* 

















































































































































t. 


1 . 

2 . 


3. 


METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Revised Statutes) 

After advertising in newspapers. 

(a) After advertising by circular letters sent to_dealers. 

(b) And by notices posted in public places. 

* ces were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
w .,, nota V on ° n . th ° certificate on the face of the voucher must be “2 (a) (*)” or “2 (a)” depending on whether or not notices were posted.) 

i ou a vertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 


to advertising 

4. Without advertising in accordance with .1_ 


5. Without advertising, it being impracticable to secure competition because of. 


(Here state circumstances under which the securing of competition was impracticabie)" 


proper authority without written °l A^ senc ® Advertising is to be used when purchases are made or services secured under 

or less formal agreement) Standard£ ase ii *[ a written agreement (formal contract, proposal and acceptance, 
award of contract i id ^ Pl eV c« scc ^i be used for abstracting the method of or absence of advertising and 

award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) io-Li 
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Standard Form No. 1085 a 


Form approved by 
Comptroller General U. 8. 
June 18,1926 


Public Voucher for Purchases, and Services other than Personal 

Derr.r, Colorado , Sept. 36, 1036 

(Give place and date) 

(/ £ Treee. Dept. Procw*w»nt DItIeIob, Public Bullying* Branch, 

(Department, Bureau, or Establishment) 

Appropriation • 2 Emergency Const uction of Public Buildings 

Act. June 10, 19i4* 

THE UNITED STATES, Dr., To _ T * Klrchhof Construction Co. _ 


D. 0. Von. Nu . 

Ns. _ 


PAID BY 


(For use of Paying Office) 


(Payee) 


Address J- p ®**!!* r » Colore o 


Payee’s Acd. No. 


Payee must NOT 
use this space 


Contract No. . Date??**!??.?? Req. No. 

Activity...l.S. t .„Mlnt. aeaiodellrg A ver, Colo.. For 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Servico 


Sei 


j}t ember 
1936 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash..... days 


Exeevetion 

Cement Finishes <s a 

Footing It Concrete <v\^m 
Granite Woi* 

Stone Work (Belg^m^rocks) 
St rue tural stefexv^ 

Woo ■work 4j5&™>htry 
P *: int ir ing 

LBUiipSm/«Le staring 
InfceWov Garble 
OM^totcl & Grilles 
Hardware 

Mice. Supervision 

Reinforced Steel 

Hollow Wetsi & Vert. L Door 

Sheet Metal 

Plumbing 

Seep stone 

Heating & Ventilating 

Electrical 

Structural Glass 

Lighting Fixtures 

Elevator 

Additions 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


AMOUNT 


Dollars 


190 

eo 

29 

2,242 

150 

400 

210 

800 

225 

185 

200 

100 

107 

26 

3,226 

706 

2,000 

3,000 

500 

700 

1,300 

185 

330 


ft 


7*1 

17.3V 


TOTAL, 




-Vvv—- ----- 


Cts. 


Payee must 
NOT use this 
column 


00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 


w 

*0 


-00- 


NOTATIONS 


NOTE._This form to be used as a first and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, the final 

sheet containing the certificates. *>-1751 






































































PROGRESS REPORi FOR THE MONTH OF .?_.?!???.., 19 

building, u, s, ..Mint .Addition. AT Denver, Color a do 


contractor J*..po^truc tion Co, TIMF IIMIT 310 days frcm Sept. 13th 

ErpiratiohJulyS0,’1936. 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY J ul y 1 st, 1 9^6 .. 19 


BRANCH 

TOTAL VALUE OF 
BRANCH 

Total Value com¬ 
pleted to Last Report 

Value Completed 
Since Last Report 

PER CENT COMPLETED 

Last month ____84 «5 

DOLLARS 

CTS. 

dollars 

CTS. 

DOLLARS 

CTS. 

This Month 92 #1 

Demolition—Shoring, 

S4.457 

00 

*4.400 

00 

57 

00 

S' Normal _100 

M. . 

Excavation, 

4,790 

00 

4,100 

00 

500 

id 

00 

^ 

zxasx Cement Finish* 

!S 5,980 

00 

5,500 

00 


/ EQUIPMENT 

^ Satlsfactoiy 
s 

Footings, fc Concrete 

23,042 

00 

22,900 

00 

113 

Vf w 

DO 

00 

Waterproofing — Subdrains, 

209 

OO 

125 

00 

84 

Brickwork, 

8,913 

00 

8.600 

00 

313 

00 

Granite work, 

68,195 

00 

61^000 

00 

3,5QQ 

00 

Stonework, & Bel. Block 

ta 334 

00 



150 

00 

S FORCE 

s 

s Sufficient 

Concrete, Vaults Old B3 


00 

10.625 

00 

37 

00 

Structural steel and iron, 

45* 852 

00 

42,400 

00 

00 

W- f 

w v 

00 

rchitectural terra cotta, 

6,979 

00 


o 

V V 

00 

00 

DO 

nn 

•Structural terra cotta, 

2,179 

00 

3s|050 

00 

129 

Roof covering^ SDC.X3 Till 

> 2,369 

00 

1,500 

00 

500 

1.000 

Woodworth Carpentry 

6,210 

00 

5,000 

00 

✓ PROGRESS 

Painting and glazing, 

4,145 

00 

U850 

00 

l.i sn 

no I/* 

Lathing and plastering, 

1,765 

00 

750 

00 

' 700 

00 

00 

00- 

Lf Satisfactory 

& 

Interior marble, terrazzo, etc., 

" 985 

00 



750 

Ornamental metalje Grlllo* 

11,250 

00 

10,250 

00 

500 

Hardware, 

682 

00 



500 

00 

^ DELIVERY OF MATERIALS 
/ / 

^ On time 

/ 

/ 

7 

y SAMPLES OVERDUE 

Vault Doors Linoleum 

349 

00 



349 

00' 

oo 

00 

Approaches, curbs, grading, etc.. 

372 

00 

W.S.&50 

006 

Cauk.22 

M iscellaneous^c Sllper VX S; 

•on 5,657 

00 

5,250 

00 

300 

Reinforcing steel 

20,976 

00 

20,550 

00 

- yv — 

400 

00 

Hol-Met& Vert L.D. 

5,986 

00 

1,450 

00 

500 

00. 

Sheet Metal 

2.356 

00 

00 

00 

1.450 

00 

6 

00 

Plumbing, 

10,639 

8,050 

00 

40 a 

00 • 

•"tsehS®, Soap Stone 

11.029 



7.500 

00 l 

jating and ventilating, 

11.855 

00 

1U ,T50 

DO 

800 ( 

>00 
OO 1 

z' SAMPLE 

^- 

/ 

/ 

/ 

TIME OVERDUE 

No 

Electric work, 

14,566 

Oo 1 

13,260 

00 

28R 

itruc tural Glass 

2,432 

00 




Wy 

00 

Lighting fixtures, 

668 

00 

250 

00 

100 

vw 

00 

Elevators—Lifts, 

3,230 

00 

2,500 

00 

0 

00 

73T 

Total, Additions 

7.863 

231 

6.118 

JML 

Ul~ 


- w £6 YO 


Contract, including additions and deductions 
Less value of work not completed 

Less 10 per cent retained .... 

Less payment on account - 

Amount of payment for month of... —August 

Form 8701 

TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


- $ 18,608.89 

- 238,798.69 


f*,183.92 

791,31 

257,407.58 



^, 383.73 


( 2 ^' ^'—^3 


Construction Engineer . 

































































































































































































































c<SSSKr a Voucher for Purchases, and Services other than Personal ®; ( 

(Revised Augi^tf 1930) (Voucher prepared » CoXO»t AUgUd t i8|^ 93ft 

(Give piece and date) 

U. S TREASURY DEPARTMENT Procurement Division, Public Works Branch 

(Department, Bureau, or Establishment) 

Appropriation: &x * 873 — nt«»Or COM true tl on of BalWg. _ 

Act Ante 19, 1934 


». O.Vou. No. 


THE UNITED STATES, Dr., To... 


F* Jm I'ircfhhef Construction Co* 


(Payee) 


PAID BY 


(For use of Paying Office) 


Address 


Payee s Accl. No. 


Payee must NOT 
use this space 


Contract No. Date ^.eq. No._ Date. 

Activity — - For . 



I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
stated* that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

ftS # k t and with or without advertising, under the circumstances stated in No.of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for^he* public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

f Approved for $--- 


(Memorandum—Do not sigrn) 


t- 


Construction Xaglneer 

Title.... 


Paid by 


Check No.. dated 

Cash, $-- on- 


for $. 


l' 


on Treasurer of the United State* 
in favor of payee named above. 


: Payee . 


* xtru « o voucher is signed or receipted in the name of a company or corporation, the nemo of tho person writ.mg tho com- 

, name, as well as the capacity in which ha signs, must appear. For example; “John Doc Company, por Joan 
* “orTreasurer/’aa the caae may be. , . . 

bmith, occrctaiy. ° rtify ^ authority to approve arc combined in one person, one signature only is neeoaoaiy; othorwioo 
t If the %biUty xoo* ^ tho blank B paoo below “Approved for $.and over his official title. 


the approving 

cmFWKirr nwrwa omn: 


(Memorandum—Do not aign) 


Per 


Title . 


2—141Bla 

































































































































.o.a 


so&rfbBlioJ i&; 




METHOD OF OR ABSENCE OF ADVERTISING 


(Section 3709 of the Revised Statutes) 

1. After advertising in newspapers. 

2. (o) After advertising by circular letters sent to 
(b) And by notices posted in public places. 


AM THA^aa YHU2A3HT 


dealers. 




(If notices wei e not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
wvu n0ta V° n °. n . th ° certificate on * he faco of the voucher must be “2 (a) (*)” or “2 (•),” depending on whether or not notices were posted.) 

it lout aavertismg, under an exigency of the service which existed prior to the order and would not admit of the delay incident 

to advertising. 

‘ 


4. Without advertising in accordance with . 


5. Without advertising, it being impracticable to secure competition because of. 


— 


(here btate circumstances und^ which the securing of competition was Impracticable) 


uierv 

proper^iuthoritv 1 withmit°f A^ senc ® °* Advertising” is to be used when purchases are made or services secured under 

SRS-5* <!»»«■ contact, proposal and aocoptance, 


WJSTbS SS";!?°- booster 'theTethod o?or =“7^3 

award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) io-mi 
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Public Voucher for Purdbases, an^Sejvices otherthanPerso^aj J o ° v “ N * 

(Voucher prepared ......5 


Standard Form No. 1085 a 
Form approved by 
Comptroller General U. 8. 

June 18,1920 

(Voucher prepared _ 

(Give place and date) 

Trees* Dept** Procurement Division, Public Works Biraneh 


U. S. 

A r 2X-872 ltoeiBenb D ^hlm o feTOr e ^f Public Buildings, 

Act* June 19, 1934 


F. J. Kirchhof Construction Co. 


THE UNITED STATES, Dr., To.. 

Address 700 Ijawrence St ** Denvcr » Colored© 


(Payee) 


PAID BY 


(For use of Paying Office) 


Payee s Accf. No. 


Paye© must NOT 
use this space 


. Tl—PW—2608 Sept*30,35 R N 

Contract _ ' 


Date. 


Expendi- 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


August 
1936 



ARTICLES OR SERVICES 
(Enter description, Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash-days 


Demolition 
Excavation 
Cenent Finishes 
Footings 6 Concrete^ 
Waterproof ing-au^ro 
Bride Work 
Grnnite 
StonemsticJ^WHL* Block* 
Conc^t% %vcults Old B1 g.) 

SteeL & Iron 
St§«e>t6rel Terra Cotta 
Tire roofing 
Woodwork & Carpentry 
Painting it Glazing 
Lathing & Plastering 
Interior Barbie, Terrazzo etc 
Ornamental Met? 1 & Grilles 
Hardware 
Linoleum 

Caulking & Weatherstripping 
Hisc. & Supervision 
Reinforcing Steel 
Hollow Metal Doors 
Plumbing 
Sop p Stone 

Heating A Ventilating 
Electric Work 
Structural Glass 
Lighting Fixtures 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


amount 


NOTATIONS 


Dollars 


57 

500 

300 

113 

84 

313 

3.500 
150 

37 

1,000 

129 

500 

1,000 

1,150 

700 

750 

500 

500 

349 

22 

300 

400 

500 

400 

7.500 
800 
283 

1,000 
ar 


Additions: 
Auth*. Wir 


Auth* Wire Peid July 3JIQ6 

6/19/36 1309.10 654.55 ^.35 

6/23/36 1119.38 839.67 1^8^08. 


Cts. 


w 


73 


-83 .383-- 


TOTAL, 





















































































PROGRESS REPORT FOR THE MONTH OF ... 193® 

Denver, Colorado 

310 days from Sept ,12th 


Mint Addition 

building, u. s. . at 


CONTRACTOR 


T.J.Kirchoff Construction Co# 


TIME LIMIT ..19 

Inspiration July 20, 19 c 6 


APPROXIMATE DATE BUILDING READY FOR OCCUPANCY _jIttlylst # JL93d#. 


r .y.-- 


19 


BRANCH 

Total Value of 
branch 

Total Value Com¬ 
pleted to Last report 

Value completed 
Since Last Report 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

Demolition—Shoring, 

$4,457 

00 

4,300 

00 

100 

00 

Excavation, 

4,790 


3,350 

00 

750 

00 

Cement Finishes 

5.980 


4.000 

00 

1,500 

00 

Footings, & Concrete 

23,042 


28,900 

00 



Waterproofing—Subdrains, 

209 


125 

00 


00 

Brickwork, 

8,913 


8,100 

00 

500 

r-anite work, 

68,195 

— 

58,000 

no 

3,000 

m 

a e work, &B0l loCrCQ 

334 

ConcreteVaultB Old Bh 

if? 10,662 


8.625 

00 

2.000 

00 

Structural steel and iron, 

43,852 


41,400 

no 

1,000 

00 

Architectural terra cotta, 

6.979 


6,979 

00 



Structural terra cotta, 

2,179 


1,650 

OQ 

200 

m 

Roof covering JfcSpPXI Til© 

2.369 




1,800 

00 

Woodwork, ibCerpon try 

6.210 


3,090 

00 

2,000 

00 

Painting and glazing, 

4.143 


65C 

00 

1,200 

00 

Lathing and plastering, 

1,765 


450 

00 

300 

00 

Interior marble, terrazzo, etc., 

985 






Ornamental meta$^iTi.ll0S 

11,250 


9.650 

00 

600 

00 

Hardware, 

6® 






Vault Doors IitDtOl.eUin 

349 



w 

aUK 50 


Approaches, curbs, grading, etc., 

372 

Tf7i 1 

UE 300 

m 

00 

00 

Miscellaneous, 1 feSUT^Q TVi ( 

in 5,6b* 


4,750 

00 

500 

Ke-inforeing steel 



19,050 

00 

1,500 

"ol.Ii/let.&Vort L. 7, 

5,986 


950 

00 

500 

00 

^ieet Metal 

2,356 


750 

w 

700 

“750 

00 

00 

Plumbing, 

10,639 


300 

~w 

fasmw, Soapnto ne 

11,029 






Heating and ventilating, 

11., 855 


7.950 

00 

2*200 

00 

Electric work, 

7.4,566 


13,060 

00 

200 

00 

Structure 1 glees 

43S 






Lighting fixtures, 

660 


250 

00 



Elevators—Lifts, 

3| 230 


2,000 

00 

500 

TXT 

Total, Ada ItlOnS 

7,509 

“90 

4*684 

36 

1,494 

00 


PER CENT COMPLETED 

Last Month _ 77*5. 

this Month_ 84*5----- 

Normal.. 


94*2 


EQUIPMENT 


Satisfactory 


FORCE 

Sufficient 


PROGRESS 


Satisfactory 


DELIVERY OF MATERIALS 


On time 


SAMPLES OVERDUE 


SAMPLE 


Asphalt Tar 


TIME OVERDUE 


20 days 


OR If 


COF 


?ACTS 


x —--- - 

Contract, including additions and deductions -------- 

Less value of work not completed. 

Less 10 per cent retained Am* t- roteined -On o/C - - -$18,608*89 

Less payment on account - - - . 215,754*47 

Amount of payment for month of. mMUSL - 


Form 8701 

treasury department 

Procurement Division 
Public Works Branch 


§304,621.90 

47,214 * 32 

257,407.58— 

234,363,36 

*23,044.22~ 


Construction Engineer . 


•otolkment ntnmno omca 2—14042 



























































































































































































Standard Form No. 1034a 

Form approved by 
Comptroller General tJ. S. 
June 18, 1926 
(Revised August, 1930) 

U. S. __ 


Public Voucher for Purchases, and Services other than Personal 

(Vouch*prepared..* 9 ?™9 Colorado, July 27.JL936 

Prpcurem ent Bull ings Br 

_ 3 0 0 0030A EJl * I » nr r rn «TT 


D. O. V oil. No._ _-_ 

No.. .. 


nar (Department, Bureau, or Establishment) 

Appropriation: g *" 878 ** r g enc J c oiistruction of Buildings 
Act June 19, 1934 

THE UNITED STATES, Dr., T n y » Kirc hhof Cons true tl on Co. 


Address S^ rreitoe St., Denver. Colorado. 


(Payee) 


PAID BY 


(For use of Paying Office) 


Payees Acct. No. 


Payee must NOT 
use this space 


Contract No. ^tPW-2508 . .„ ^ Sept, gp^aw Kfn .. Date. 

Activity -P-®?rT®?j...P.Pip.*„TI«>...S<f.Mint Aildi.'ti.o.n-. For .. 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms-% Discount Cash ................ days 


QUAN¬ 

TITY 


Pajmejnt in foil of certification Authorized 

(This certificate not required when a like certificate is made by payee on attached bill or bills) 

I certify that the shore bill is correct end just, and 
that payment therefor has NOT been reccirsd. 


UNIT PRICE 


Cost 


July 27, 195<> Contract Amount 

Addi tions previously r^^ortecL 

Additions this m* 

Woik previQUE%^apieted $4 34 *36(3.36 
Work perfi»^|Vthis month 

^s^^^bmpleted work 

amount retained 
Less paymen ts on a/c 


23.0<4.22 

?:W # 4C ^.58 


18,6C 8.89 
215.7S4.47 


June 


Per 


AMOUNT 


Dollars 


19,1^36 


Cts. 


$297,112: 00 
5.08]..42 

155 ^, 1^.42 

2.42E .48 


NOTATIONS 


Payee mast 
NOT use this 
column 


47.214.32 

234.464!.36 



I certify that the above article, were received in good condition, after due in.pection, acceptance, and delivery prior to payment a. required by law, or the service, performed 
a. .fated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in ^tn 

market, and with or without advertmng, under the *ircum»tance. .tated in No. _.of “ Method of or Absence of Advertising" .town <- ■ ' ■ p 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 


i on reverse hereof, and were necessary 


f Approved for $-. 


(Memorandum—Do not sign) 


t- 


Construction Engineer 

Tide. 


Paid by 


Check No.... dated. 

Cash, $-- on- 


for $. 


/ on Treajurer of the United State* 
-\ in ' 


. in favor of payee named above. 


: Payee 


• When ft voucher is signed or receipted in the namo of a company or corporation, the name of the person writing the coir- 

nanv or corporate name, as well as tho capacity in which ho signs, must appear. For example: “John Doo Company, per John 
Smith Secretary,” or ■•Treasurer.” as the case may be. 

* t# tho ability to certify and authority to approve are combined in one person, one signature only is necessary; otherwise 

the approving officer will aign in tho blank apace below “Approved for 5.” and over his official title. 

10—1761 


(Memorandum—Do not sign) 


Per_ 

Title... 










































































































































Ifill 


r. 


I 1 A, 


f 






' 


3 

< ' ‘ ) 

METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of llio Rovisod Statutoe) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to - - - dealers. 

(b) And by notices postod in public placos. dealer, explanation of nich omlMlon muat bo made. The 

notice, were not po.ted In addition to adverti.lng by circular letter. Mint to dealer., eaplana 1 no tice. were po.ted.) 

nototion on the certificate on tho face of the voucher mu.t be “2(a) (t)” or “2 («)• op ® n "* ?” .jj . admit of the delay incident 

3. Without advertising, under an exigency of the service which existed pnor to the order and would not admit 

to advertising. • _ 

4. Without advertising in accordance with - 


4. Without advertising In accordance wun -- 

5. Without advertising, it being impracticable to secure competition because of - r -r 




Note —Tho abovo form “Method of or Absence of Advertising” is to be used purchases are nmde p^^rancTacceptance, 


I •! 





1 




k... am u 

bn* la 


Isrrrf I'; 

1*4 


_« i < 


'll 


'v. • . t 

____ _ 


. • • t - i ■ I. v ,-r - ; . 


.Ml 
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___ ____ __._Ja *tirr: 
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Standard Form No. 10S5a 
Form approved by 
Comptroller General U. S. 
June 18,1928 


Public Voucher for Purchases, and Services other than Personal 

(Voucher prepared _D^nXar+.-CQlQradQjL_July„2jU--1936 

(Give place and date) 


D. O.Vcu. No-- 

Ne._ 

PAID BY 


U. S. Treas. Dept .. Pro curmen t D iv isio n. Pu blic Wor^s B ranch , 

(Department, Bureau, or Establishment) 

Appropriation : ...2X-Q72_ JraergencyjC_Qnstruc1;i(D]^i3XXut.U.a-^U<iiJieS- 1 
.. Act. June 19 . 1934.___ 


THE UNITED STATES, Dr., To F. J. Klrchoff Cons truction. 

(Payee) 

Address 


(For use of Paying Office) 


Payee s Acct. No. 


Payee must NOT 
use this space 


Contract No. .Tl-PjY.-. 25.0.8_ Date 3.0..35 Req. No. 

Activity „U..S.i„Kint„Hg.’P.Qdel ijgSA„Beaxe.r....CO J lD^ - For. 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


July 27, 
1936 


ARTICLES OR SERVICES 

(Enter description, Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash......—- days 



Concrete (Vaults & Old Bldg.) 
Cement Finish 
Demolition 
Reinforcing Steel 
Granite Work 
Brick '.York ^ \V X 
Dampprofing 
Plumbing, ^ 

Heat ii^^V^tilating 

Str^lLiral Steel 
Ornamental & Grilles 
Excavation 
Hillwork 

Caulking & Weatherstrip 
Structural T. C. 

Painting 

Hollow Metal Doors 
Architectural T. C. 

Sheet Metal 
Elevators 

Miscellaneous & Supervision 
Lighting Fixtures 
Plastering 
Tile Hoofing 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Additions: 
Auth. Wire 
June 19,1936 
June 23,1936 


54 


$1309.10 Less 50$ $6 

1119.38 Less 25 & 831 


1,49 


Per 


.55 

9.67 


4.22 


AMOUNT 


Dollars Cts 


2,000 

1,500 

100 

1.500 
3,000 

500 

00 

750 

2,200 

2C0 

1,000 

60C 

750 

2,000 

50 

200 

1,200 

500 

00 

700 

500 

500 

00 

300 

1.500 


Payee muit 
NOT use this 
column 


21,550 


23,044 


00 

00 

00 

00 

00 

CO 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

CO 

00 

00 

00 

00 


00 


1.494 


total 


22 


22 


NOTATIONS 


_r _Thi$ form to be used as a Grit and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, the final 

sheet containing tf‘ e certificates. 
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DENVER, COLORADO, MINT 



PROCUREMENT DIVISION 
PUBLIC WORKS BRANCH 

IN REPLYING QUOTE THE ABOVE SUB- ■p\I/' <51? 

I£CT. BUILDING. AND THESE LETTERS -IT W - 


TREASURY DEPARTMENT 

WASHINGTON 


February 18, 1936. 


Mr. James D. Owens, 
Construction Engineer, 
United States Mint, 
Denver, Co1orado. 


Sir: 

You are directed to submit monthly progress reports to 
this Office in quadruplicate rather than in triplicate, in 
connection with extension and remodeling of the Mint, Denver, 
Colorado. 

By direction of the Supervising Engineer. 

Very truly yours. 




__ Form 1672 B 

treasury department 
Procurement Division 
Public Works Branch 


Blieet 3 


Record of Vouchers Issued 


(Building) 


(Name of building appropriation) 





(Name of contractors) 

DATE OF 

AMOUNT OF 1 

NET PAYMENTS 

VOUCHER 

VOUCHER 

TO DATE 


INDEPENDENT CONTRACT AND MISCELLANEOUS VOUCHERS 


Date of 
Authority 


Date of 
Voucher 


Amount of 
Voucher 


In Favor of 





















































































































































































































Sheets 


TREASURY^ EPAETM ENT 
Pbocukkuent Division 
Public Wo&kb Bbaicch 


Record of Vouchers Issued 


(Building) 


























































































































































































Sheet 3 


TR ?A® u RV n r ) EPARTMENT 
»?™ cl7B 5. MENT Division 
public Works Branch 

Record of Vouchers Issued 


(Building) 


INDEPENDENT CONTRACT AND MISCELLANEOUS VOUCHERS 



Date of 
Authority 

Date of 
Voucher 

Amount of 
Voucher 

In Favor of 


(Name of contractors) 

DATE OF 
VOUCHER 

AMOUNT OF 
VOUCHER 

NET PAYMENTS 
TO DATE 
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— -U.$. GOVERNMENT MINTING OFFICE 2—167U9 

































































































































































































































































Sheet 3 


trwaqtT^J?H. 1C72B 
1KEASURY DEPARTMENT 

procurement Division 
public Works Branch 


Record of Vouchers Issued 























































































































































Sheet 3 


tritactISF? 11 1672 B 
1KEASURY DEPARTMENT 
procurement Division 
public Works Branch 


Record of Vouchers Issued 













































































































































19 


PROGRESS REPORT FOR THE MONTH OF JuDe .» _ 1936 

building, u, s. . AT Denver, Colorado 

contractor F.J.Kirchoff Construction Co, 310 days from Sept#13, 

.. ' - TIME LIMIT .. iq 

Expiration July 20,1936.’ 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY ..July 19.36 19 


BRANCH 


De moliti o n—S horing, 

Ex c avation. _ 

'jffiDffiCe men t F ini she s 
Footing s, & Cone re t e 

Waterproofing—Subdrains. 

Brickwork. _ 

Granite work, _ 

sto nework, &Bel .Blocks ~ 3 34 
cret^raulta Old Bld g 10.662 

Stru ctur al steel and iron, 

Architectural terra cot ta. 

Structural terra cotta, 

Roof covering&Spail Ti le 

Woo^work^&Ca rp entry 

Painting and glazing, 

Lathing and plastering, 


Interior marble, terrazzo, etc., 

Ornamental metal, &Grl 11 6 S 


Hardware, _ 

Vault Doors LlH0^6UIH 

Approaches, curbs, grading, etc., 

Miscellaneous, ^SupervTslj 

Be~lnforclnfl Steel 

Hol,L r et.&Vert.L.D. 

Afreet Metal 

numbing, 

" rrrjr 


__ aps to n e 

Heating and ventilating, 
Electric work, 

Structural glass 

Lighting fixtures, 

Ele vators—Lifts, _ 

_ Tota l, Additio ns 

r 



Contract, including additions and deductions 

1/ess value of work not completed . 

to May let. 36 

Less 10 per cent retamed A* f t-retained on Acct - -$18,608.89 

Less payment on account. 195,830.07 

Amount of payment for month of.. *- 


302,193.00 

.67,830,06 

234,363.36 

214,438,96 


\ 


irnrm 8701 

trfasurv department 

T procurement Division 
pSbuc Works Branch 


MTUMItM PllINTIMa 



$ 19,924.40 

C onstruclion Engineer, 



































































































































































































































StandardForm No, t034a 

Comptroller Qenerai U. 8. 

June 18,1028 
(Revised August, 1930) 


Public Voucher for Purchases, and Services other than Personal °„°'' 

(Give place and date) 

U s Procurement Division, Public Sort® Branch, _ 


Van. Na.. 


PAID BY 


Appropriation: 


(Department, Bureau, or Establishment) . 

2X-872 Emergency Construction of Bullrings, 


Act June 19, 1984* 


F.J. Kirchhaf Construction Co., 


THE UNITED STATES, Dr., 7o_ 

Address tit I^wreiiCQ St.f Pemrer, Colorado 


(For use of Paying Office) 


(Payee) 


Payee s Acct. No. ... 


Payee must NOT 
use this space 


K,„ Tl-PW-aS 0 8 _ . Dm.- 

Aaivity X>enT9x J . .CgIo. t .U..A^ JSlBli A4dltlpa.„ Fot.. 


Expendi¬ 

ture 

Symbol 



Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter deacription, I tem Number of Contract or General Supply 
Schedule, and other information deemed nocesaary) 

Term*Discount Cash_day* 


QUAN¬ 

TITY 



rteiL 


June 27, 1986 Contract Amount 

Additions previously r 
Additions this mont^V! 

Work previouslyQ&c^brrced $|214,4^8.96 
Work parforpe^vwrs month 


19.9-4.40 

!!S3^!5^r 


Les 




le ted work 


fount retained on accoifnt 
April 30, 1936 
See auth.June 19,1936 
Lobs payments on account 


refund percentage 


UNIT PRICE 


Co*t 


18,608.89 
195^830.07 


Per 


AMOUNT 


Dollar* 


*f! ?$L 88 


3.276,52 


Ct*. 


Pays* must 
NOT use this 
columa 


NOTATIONS 


6 ” 


I certify that the above bill it correct and just, 
that payment therefor has NOT been received. 




TOT 


* Payee . 


Per. 


Title . 






234,438.96 


(Additional atatementaby Department, Bureau, 
or Eatabliahmcnt, if deemed neceaaary) 


(Accounting Claaaification) 


(Payee must NOT uae thia apace) 
Differences:____ 


Account verified; correct for__$ 


(Signature or initials) .... 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the eircumstances stated in No. ..of M Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

•(•Approved for $-—-—- 


(Memorandum—Do not aign) 


t-~ 


Construction l&gfneev 


Tide. 


Paid by 


Check No.-- dated 

Cash, $-- on- 


for $. 


{ 


on Treasurer of the United States 
in favor of payee named above. 


! Payee . 


‘ Ti 7 u„„ - voucher i* ai*ned or receipted in the name of a company or corporation, the name of the perron writin* the com- 
Wn X^riatii name a* well ft* tho capacity in which h° «*na, muat appear. For-* “* * ~ 


_■ name wcl1 «*• L “° c«iiwaijr «« rur example: “John Doe Company, per John 

pany or corporate, D * .r Tre a#urer,“ u the may be. 

HmiSecretary. or and authority to approve are combined in one pereon, one aianature only ia neceaaary*; otherwiao 

the approving officar will ai*a in tho blank apace below “Approved for S.,“ and over hi* official title. 


19—1761 


(Memorandum—Do not atm) 


Per ... 
Tide . 




































































































































METHOD OF OR ABSENCE OF ADVERTISING 

(SootIon 3700 of the Eovbod Statutoe) 

1. After advertising in newspapers. 

2. (a) After advertising by circular lotters sent to ..... dealers. 

( b) And by notices posted in public placos. 

(If notices were not posted In addition to advertising by circular lotters sent to dealers, explanation of such omlwlon must be made. The 
notation on the certificate on the face of the voucher must bo “2 (o) (i) M or M 2 (a), M dopeAdlng on whether or not notices were posted.) 

3. Without advertising, under an exigency of tho eervico which existed prior to tho order and would not admit of tho delay incident 

to advertising. , . . , 

4. Without advertising Sn accordance with ______I™— - 


6 Without advertising, it being impracticable to securo competition becauso of 


3 


there mIu to clrcinuHltiucud under winch the soouring of competition wo& impracticable) 


Notk. — The abovo form "Method of or Abscnco of Advertising" is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In caso of a written agreement (formal contract, proposal and acceptance, 
or loss formal agreement) Standard Form No. 1030 (Revised) should bo used for abstracting the method of or absence of advertising and 
award of contract. (Sec General Regulations No. 61, Supplement No. 0, General Accounting Office, August 20, 1930.) to—ursi 
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Public Voucher for Purchases, and Services other than Personal ® 0 Ve " No 

(Voucher prepared. 


£>uuiaura Fornr No. 103 «a 

ComptX PP o r ^. s . _ 

June 18, 1826 No, 

(Give place and date) 

u - s - ^ in t ivlsl oa» rufrll* lark s Branch. 

(Department, Bureau, or Establishment) 

-Appropriation: JOKHI WfSSt SMt 9MM49E>jfti9 W§ jWMaM l Buildings, 

. Act June 10, 1034 

•% 

THE UNITED STATES, Dr., ro„_FsJ.3tochIiG£.J^n«truetienGw.,_ 

(Payee) 

Address . l ?pojb*mrvm e St*, j enrer f Colo rale 


PAID BY 


(For use of Paying Office) 


Payees Acct. No. 


Payee must NOT 
use this space 


Contract No. _ DateNo . Date. 

Activity For 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


June 27, 
1936 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description, Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms- % Discount Cash_days 



Concrete (Vaults & Old 
CesKXXt Finish 
Demolition 
Heinlbrcing 5 te< 

Granite fork 
Brick Watk-<& 
SagppmfiMW sub-dr sin 

R* 

iit&icturel Steel 
Ornamental Grilles 
Excavation 
Millwork 

Ceulking A fcer the rotripping 
Structural Terra Cotta 
Pair; ting 

Hollow Metal Doors 
Architectural Terre Cotta 
Sheet Hetal 
Elevators 

Kisc. & Supervision 
Lifting Fixtures 
Pie .storing 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


AMOUNT 


Dollars Cts, 


1? #192.44 
78.50 


Additions; 

Bel. due Dee* 

Xlffi* 

Authority - 
Uay%th ,16 36 
June 9th * 

June 19 t $56?*68 leas 10jC 
June 19,2043,39 * * 

June 19, 601*79 " 60$ 

Total Additions......... 



1,50C 00 
1.00C 00 
10C .00 
4,00C 00 

ooc 

1,00C 00 

ooc 

45C 00 
1,1££ 00 
65C 00 
S0C 00 
1,500 00 
009 

00 



250 00 
45C 00 



• 40 








n 


NOTATIONS 


Payee must 
NOT use this 
column 


Aft** ^ — 


TOTAL, 




,7fc 


NOTE ; -Thi S JormtoJ> e used a. a first and follow she* where more than one sheet is required, carrying forward the total or total, to. or summarizing them upon, the final 


sheet containing 


10—1751 
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PMIflR, COLORADO, 

Tip«-8lod-i .c.r. 


gj.g? June If, lf36. 

p. J. llrcanof Construction Co., 

700 Laurence Street, 

Penver, Colorado. 


fentie*#*: 

Reference le and# to your contract for eaten- 
•lon end rw modeling of tne United 6tetee hint. f?«- 
*er Colored*, end to your letter dated 3ay il. If56, 
forwarded by t*e Engineer day If, requesting wmtnt 
In full monthly ae tne wore ha a paeeed tne 60 per 
oent mar* ef completion. 

The progreee report of \oril 1956 ahowed tne 
wore 68.5 per oent eomoleted with everything proofread¬ 
ing aatlefeetorlly. 

therefore. In accordance with article Slitcea ef 
your eontreet, W.e Department hereby content* to Pjw- 
reee payment* in full monthly for wore aetiafaatorily 
installed elnoe tpril 1936, provided the wore continue* 
to orogreaa to tne eetlafnotion of tne Department. 

I oooy of tkl* letter will be forwarded to the 
Tlptrlct engineer and to the Construction r ngin* o r at 
tne building, for tne letter** information in leaning 
weuchere. 


ft* 
* A * 


▼ary truly youra. 


Director ef Procurement. 


( 


C0P1 L 

SKO-hn Ch.BA 


K 


aa-6-i6-56-c 


^ 77 . 6 ? 
7 ii.i y 
5 4 .7 8 
7 6 6. 6 y 
r 6 7. 6 8 

204539 


3. 7 8 a 3 £ % 

/ 2Z‘<rt> 


3. 7 8 2. *; 5 
6 0 H 7 9 

7, ? 6 6. 4 y 


Standard Form No. 1084 a 

r a *?«. rm . , a P pro ved by 
Comptroller General U. 8. 
June 18,1926 

/ (Revised August, 1930 ) 


Public Voucher for Purchases, and Services other than Personal D 0 

_ No. . 


L Von. No. _ _ _ ____ 


(1 Voucher prepared . -Jfegfjgt Colo, Jane 27, 193 fi 

' > (Give place and date) 

U. S. _Pro cu remen t Di rt si on. Public Works Branch, 

(Department, Bureau, or Establishment) 

Appropriation: 23C"Q7 2 S atergency CoBs trac tion of Buildings 
Act June 19, 1934 

■ V • - - n 

THE UNITED STATES,Dr., To _“ *. J *_ K3 : rchhof Construction Co* 

(Payee) 

^^(/rc5s...^C l£wrei3ce St* , Denver, Colorado 


PAID BY 


•i 





(For use of Paying Office) 




—.. Payees Acd. No. 


Pa^eo must NOT 
use this space 


Contract No. 2508 Date^®P^* No 

Activity... jjO T! >.. -^- 9^9 FoZ 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


June 


27,1936 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed nocessary) 


Terms Discount Cash -days 


Contract Amount 
Additions previously rot 
Additions this month^XV' 

Work previously ed 

Less un 



‘ted 


#21 


retained on accoun 
•11 30th, 1936......... 

payments on account 1 
Refund of percentage retained 


on account authorized June 19 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


.4,43)8.96 

, y 


18,608.89 

92.995.07 


th,1936 


Per 


214,438.96 


211,603 


•f 


o 

s 


(This certificate not required when a like certificate is 

I certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


made by payee on attaohed bill or bills) 


TOTAL, 


* Payee . 


{ Per... 
Title . 


AMOUNT 


#2)97,112 
1,804 


187,753 


NOTATIONS 


Cts. 

Payee must 
NOT use this 
column 

00 


90 


52 


42 

✓ 

46 



SjsS'iU'o ■ 


.96 


2,835 


W 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences:.. 


Account verified; correct for...$ 

(Signature or initials).. 


I certify that the above article. were received m good condition, after due inspection acceptance, and delivery prior to payment as required by law. or the services perform.! 

as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written £ ™li„ * 

market, and with or without advertising, under the e.rcumstances stated m No. . of "Method of or Absence of Adverting" shown on revene hereof^nd were n^eZ™ 

for the public service; and that the prices charged are just and reasonable and m accordance with the agreement. 8 “ WeM nec «*ary 


f Approved for $- 


(Memorandum—Do not sign) 


Paid by 


Construe tlon Engineer 

Title. 


Check No..., dated 

Cash, $-- on- 


for $. 


/ on Treasurer of the United States 

l ln favor of payee named above. 


' Payee 


• When a voucher is signed or receipted in the namo of a company or corporation, tho name of the person writing the com¬ 

pany or corporate name, as well as the capacity in which he sicns, must appear. For example: “John Doe Company, per John 
Smith Secretary ” or “ Treasurer/’ as the case may be. ^ 

t if tho ability to certify and authority to approve are oombined in one person, one aisnature only is necessary; otherwise 
the approving officer will sign in the blank space below Approved for 5................. /’ and over his official title, 

10—1761 


(Memorandum—Do not sign) 


Per 

Title. 
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DliO 


,:T- 




METHOD OF OR ABSENCE OF ADVERTISING 


i) 


T ) 




_ (Section 3709 of the Revised Statutes) , 

1. After advertising in newspapers. - . 

2. (a) After advertising by circular letters sent to_,_dealers. - 

(6) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
notation on the certificate on the face of the vouchor must be “2 (a) (£)” or “2 (a),” depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 

to advertising. * 


4. Without advertising in accordance with_ 

5. W ithout advertising, it being impracticable to secure competition because of. 


— 


(Here state circumstances under which the securing of competition was impracticable) 


Is ote. The above form 1 Method of or Absence of Advertising” is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 10-4751 
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PROGRESS REPORT FOR THE MONTH OF .. 

building, u. s, WSi. 44it4l<i . AT >MW9>fr BdU pftit 

CONTRACTOR JMSH* •*, TIME UMfr!* *f» *W 

Iplratioa M| 0,15 0,30 deym 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY 


BRANCH 

Total Value of 
Branch 

Total Value com¬ 
pleted to last report 

Value Completed 
Since Last Report 

dollars 

CTS. 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

Demolition—Shoring, 

S4|457 

OT 

• 4,000 

00 

aoo, 

00 

00 J 

Excavation, 

4, y?o 


. 8,350 

oo 


r lnlrhe< 

J 8,000 


> 7 U&r 

po 

000, 

Footings, r- Conor- to 

£8,042 


^900 

DO 



W aterproofi ng—Subdrains, 

209 

- 1 


DO 


Brickwork, 

8,913 


4,40ft 

bo 

2,500, 

00 

Granite work, 

68,lvt) 


. m Joot 

po 

4,000. 

*rl 

Stonework^ • 1 "V 0 

334 





*00 

oncrete»«Ult* did U< 

Iff 10|662 



" 2.000 

Structural steel and iron, 

4C,652 


7TT9C 


lip. 

400* 

00. 

00- 

00* 

Architectural terra cotta, 

6,979 


S3l^ ®CL 

Structural terra cotta, 

£,179 


.1. 

bo 

Roof coveringjlkt^flflfoTSXflr 

rlsco 





■ 

Woodwork, 

ft,£10 

V 

. ,3o0 

so 



Painting and glazing, 



IBT 




Lathing and plastering, 

1*765 






Interior marble, terrazzo, etc.. 







Ornamental metaf* ' 

11|?SD 


. 8,000 

so - 

5,150. 

«T! 

Hardware, iNllldiArt 

6B2 






Vault Doors LillOllW?! 

“349 






Approaches, curbs, grading, etc.^ 

372 

• 


30h 

K5“ 

3C~ 

• aulkJLOOt 

00 ■■ 
0CT,< 
00, 

Miscellaneous,^ 

ffT g t gr7 


* 5,TT 

► 11,550 

1,000. 

SfBOOt 

o-lrroroT toel 

30 , 976 

pi* et*'\ert*L. . 



260 

xr 

- 550; 

ooi 

Tiff* OlM 





550* 

DO y 

^/lumbing. 

l'* |68fl 

AM ^ 


* (|22C 

30“ 

6£6# 

DOT 

ftas pipihgf®^®^^ hlim 

n 

. V 

gyg 

X) 



Heating and ventilating, 

UjCdB 

_i a c; 



XT 

rw a 

1.150. 

i,*ne. 

kt; 

Electric work , < 



. M.ons^ 

30“ 

pov 

structural gl*on 

2,4?^ 


w 




Lighting fixtures, 

668 

4ft -* : • f* 






Elevators—Lifted _ 

vfZao 


_ 


► 

-Total, 

l*w*( 


- __ fr 

28,350.PO 


PER CENT COMPLETED 
last month 
this Month 
Normal _ 



EQUIPMENT 


FORCE 

Luffleleat* 


PROGRESS 

Setisfaetory 


DELIVERY OF MATERIALS 


SAMPLES OVERDUE 


SAMPLE 


TIME OVERDUE 


aoap stone to d*ys 


Itrraiu 


30 


rciLiviMrcrxo, liNDL.rt.rsiut.rsl I CONTRACTS ^Ull» KSit /IX Til 

Contr. ct to to* l errtnc ’> U 6 Mb?T in of. co. 
IroprooBlnf; soUafuctorUy. 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained 
Less payment on account 
Amount of payment for month of. 

Form 8701 

'TREASURY DEPARTMENT 
1 PROCUREMENT DIVISION 

Public Works Branch 


mgr i m» 


.81,443,89 

167,400.07 


‘"*JiS,V6 

106 , 983,96 

ra a.Bio. oo 


eoTttxKDfT rsumxa cmci 2—14042 



Construction Engineer . 


































































































































































































Standard Form No. 1084a 

Form approved by 
Comptroller General U. 8. 

Juno 18, 1026 
(Revised August, 1930) 


V. s. _ 


Public Voucher for Purchases, and Services other than Personal °;° 

, Denver, Colo. May 29, 1^36 

(dive place and date) 


Vsu. Ns._ 


(Voucher prepared . 


A Procurement D1 fnfflNlfwmrttflrlBi Brunch, 

Appropriation: .....r_;_ _ _ 

2X872 Emergency Construction Of Public Buildings,Act June 19(th- 1934 


PAID BY 


tup iTXTrrnrw rTurrp ^ ^ J Klrchof Construction Company. 
THE UNITED STATES, Dr., To .________ 

... 700- Larence St., Denver, Colo. (p8yM) 

Address 


(For use of Paying Office) 


Payee s Acct. No. 


Payee must NOT 
use this space 


vi TL’-PV.-2508 ^ Sept.30-35 „ xt Sept.30-35 ^ 

Contract ---- Date - 

Activity. . ...... For. 


Expendi¬ 

ture 

Symbol 


No. ond Date 
of Order 


Date of Delivery 
or Service 


Terms __% Discount Cash ................ days 

liay 31-36- Contract .Amount 


ARTICLES OR SERVICES 

(Enter description, I tem Number of Contract or General Supply 
Schedule, and other information deemed n e cessary) 


Additions Previously Reported 


Woric Previously perfo^ 
Vjork performed this 



Less unc 


■ ork 


Led^NJiO $6 retained on account 
Less Payment on account 


QUAN. 
T] 


ITY 


186,084 
28,350< 


214,438.196 



UNIT PRICE 


Cost 


96 

00 


1,443,89 

7,480.07 


P«r 


Ts 


218,916. 


AMOUNT 


Dollar. 


97,112 

1,804 


Cts. 


.00 

.90 


90 


NOTATIONS 


Pa yes mutt 
NOT use this 
column 


€4,477.94 


(This certificate not reauired when a like certificate ia made by payee on attached bill or bills) 

I certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


188,923. 

fr- 85,515. 


TOTAL, 


* Payee . 


Per. 


Title . 


96 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences:... 


Account verified; correct for_$ 


(Signature or initials) 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 
Liket, and with or without advertising, under the circumstances stated in No. .of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 


as 

irarket. 


for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

fAppt° vcc * * or 


(Memorandum—Do not sign) 




Construction engineer. 

Title.. * 


Paid by 


Check No. - 

Cash, $-- on 


., dated 


., for $. 


f on Treasurer of the United States 
l in favor of payee named above. 


: Payee 


- « voucher is signed or receipted in the name of s company or corporation, the namo of the penon writing tho com- 

Wb ^orate name, as well as tho capacity in which ho signs, must appear. For example: “John Doe Company, per John 
pany or corp „ or .. Treasurer," as the case may be. .... 

Smith. Secretary . rtify and authority to approve are combined in one person, one signature only is neomsary: otherwise 

t If ^iJLofficer will sign in tho blank spaee below “Approved for 5.“ and over his ©fficialUt& 

tbe.PP — 10-1761 


(Memorandum—Do not sign) 


Per 


Title_ 


j 
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f ? • * V W , . %« v f&xs .terT’sJL'Sst *: 

• —.. - . ,.' ' V' ' 

METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Bevised Statutes) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to_,_dealers. 

(b) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
notation on the certificate on the face of the voucher must be **2 (a) (b)” or “2 ( a ),” depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 
to advertising. 

4. Without advertising in accordance with__ ; _ 


. j 


5. Without advertising, it being impracticable to secure competition because of. 


(.Ilore state circumstances under which the securing of competition was impracticable) 


Note. —The above form “Method of or Absence of Advertising” is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) io~orsi 
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A / ... 

■ 


■ 



j 


. . ... 


.JS » If: 
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D. 0. Vob. No.. 


PAID BY 


coI^^S}'bT a Public Voucher for Purchases, and Services other than Personal 

v June 18 , 1925 No . . 

(Voucher prepared.. Denver^. Colo....May. .5.9^1936.) 

(Qive place and date) 

U* S. 0^eas*_ i)apt ^Pj:o_cur_ement _M^ 

(Department, Bureau, or Establishment) 

Appropriation: 2X872 Emergency Constructions! J^blie BuildingSj . , 

# 

.. Act June 19*-JL934r_ _ 

THE UNITED STATES, Dr., Wo_F^ JdLrcho! .Construction Company, _ 

(Payee) 

Address .-.70g«..Lar-enc.e-..JStu*. .-Denver* ..C-0.1-Q-. p ayee ’s Acd. No. 


(For use of Paying Office) 


Payee must NOT 
use this space 


Contract No. TV?X9~2§QQ . Dat^Q^t .30-35 R eq . No . Date 

Activity --U.S,.Mint Remodel p or 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 


Terms-% Discount Cash . 


. days 



May 3lf36-Concrete(Vaults Old Biding) 

Cement Finishes 
Demolition 
Reinforcement Ste^ 

Granite Work 
Brick Work 
Plumbing ^ 

Heating ra^V^sitil© ting 
Electmci, 

« crural Steel 

king $ Weather stripping 
cturai Terra Cotta 
Architectural Terra Cotta 
Hollow Metal & Vert.Lift Doors 
Sheet Metal Work 
Elevator Work Vault No.l 
Mi8c. & Supervision 

Onamental Steel,Grills & Part. Stock 
Total forward to sheet one 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


AMOUNT 


Dollars 


NOTATIONS 

Payee must 
NOT use this 
column 


$^ 2,000 

✓ 500 

y 200 

*'3,500 
''4,000 
<2,500 
< 625 
<X»150 
v '1,425 
*' 1,000 
< 100 
• 400 
*'5,500 
550 
' 250 
v l,500 
< 1,000 

•£,150. 



$#28,350.00 


TOTAL, 


• s t0'|'E. —This form to be used as a Grit and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, the find 
sheet containing the certificates. - 


10—1751 











































































PROGRESS REPORT FOR THE MONTH OF 


April, 1936 


,»19> * 


i \»-# rr\wv5r\c.oo rccrurvi run i nc, iviuim i n ur . 

building, u. s. at . D ? nve ?» Colorado 

contractor F.J.Kirchoff Construction Co. 


310 days from Sept.13 
- Wj)£r4[ tion July20,19 36; 19 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY 3 }& 7 . •.. 19 



Total Value of 

Total Value Com¬ 

Value Completed 

BRANCH 

Branch 

pleted to Last Report 

Since Last Report 


dollars 

CTS. 

dollars 

CTS. I 

DOLLARS 

CTS. 

Demolition—Shoring, 

KHI& 

00 

~$36(50, 

O 

O 

400 

00 

Excavation, 

47790 


3,250 

00* 

100 

00, 

P^^Cement Finishes 

5,980 


1.000 

00 

1,500 

00 

Footings, fc Conorete 

23,042 


22,900 

00" 

4,000 

750 

Waterproofing—Subdrains, 

“209 


121T 

750 

• 


Brickwork, 

8,913 


27100 

00 

7“ 2, 500 

00 

Granite work, 

68,195 


32,0075 

750 

22,000 

W 

Stonework, & BeleBlOCkj 

3 334 



I 

l 


ConcreteYaultS Old Bl< 

L. 10,662 


1,125 

00 < 


4 

Structural steel and iron, 

43,852 


T35^00 

00 

3,000 

00 

Architectural terra cotta, 

6,979 


tfaa' 

Y 



Structural terra cotta, 

2,17S 




1,250 

00 

^ / covering, & SpS-Ile ti 1 

Is 2,369 






Woodwork, & Carpentry 

6,21C 


1,000 

750 

1,500 

W 

Painting and glazing, 

4,142 




150 

00 

Lathing and plastering, 

1, 76£ 






Interior marble, terrazzo, etc., 

CO 






Ornamental metal, & Grilli 

11,250 

« 

1,500 

,150 

47500 

DO 

Hardware, Builders 

682 






Vault Doors LinolVtUll 

349 






Approaches, curbs, grading, etc., 

“372 

w. 

S.& "~50 

"075 

CaulUbO 

"OH 

M iscellaneous, & SUP6 PVi S', 

Lon 5,657 


2,750 

,00 

500 

00 

Re-info re in« Steel 

20,976 


6.050 

00 

5,500 

DO 

_ 1 

Hoi.Met&Vert.L • D. 

5,986 




250 

00 

Sheet Metal 

2,356 






Plumbing, 

10,659 


5.475 

00 

750 

00 

$$ p#$#Soap stone 

11.029 




950 

00 

Heating and ventilating, 

• 

iH 

H 


4.715 

00 



** *tric work, 

14,566 


8,750 

00 

2.255 

00 

structural Glass 

2,432 






Lighting fixtures, 

666 






Elevators—Lifts, 

5,23d 





Total, Additions 

1.804 90 

* 1,563 4 

W V 

96 




£298,915700 


PER CENT COMPLETED 
Last Month. 


This Month 

*—nor MAI_ 


COMPLETI 

45.11 

02.3 


* 74.5 



EQUIPMENT 

X 

Adequate 




FORCE 

fl • 

Sufficient 

Daily average 65 Men 


PROGRESS 

Satisfaetory 




DELIVERY OF MATERIALS 


$133,853796 $bl,23b 00 


Satisfactory 


SAMPLES OVERDUE 


httH 


SAMPLE 


TIME OVERDUE 


Soapstone 

Terrazzo 


30 days 
30 days 


REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained 
Less payment on account 
Amount of payment for month 


of._Aprilx.A936 


$ 18,608.89 
121,368.57 


§ 298,916.90 
' 112,827.94 



139,977.46 
£45, 111.50 


[^DEPARTMENT 
ement Division 
Works Branch 


ootuxmext nuNTDfo omci 2—14042 


Construction Engineer. 






















































































































































































"oSSSSiT* Public Voucher for Purchases, and Services other than Personal 

°»^«»«. W 3 » _, 


0. Van. . .— 


June 18 , 

(Revised August, 1930 ) 


(Give place and date) 

U s lYeourecrmt lyision, Public ^arkc Brandt, 

(Department, Bureau, or Establishment) 

Appropriation: ***** — ergenoy Cue true tloa of Bull dlngg, 
... . Aet Jim# 

THE UNITED STATES,Dr., To**?*** ™*}.?** C OBt toUCtloa CO«,_ 

(Payee) 

Address JAM Meg Denver, Col >re4a 


PAID BY 


(For use of Paying Office) 


Payees Acd. No. 


Payee must NOT 
use this space 


Contract N3®!^?!l95!L_... Dat**3* .#15 Req. No__ Date. 

Adivfolegy«r» Qolo. f g»B« as* Mtfttse For... 


Expends 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. I tem Number of Contract or General Supply 
Schedule, and other information deemed neceaaary) 


Term* .....'% Discount Cash ............daya 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


AMOUNT 


Dollars Cts. 


Payee must 
NOT use this 
column 


NOTATIONS 


A#jr« ?0 9 2a Contract Arount 

Add! ttorua provl^uuly rwjbrtod 


Work previously 
Work po rfonaed. 



17 ,U2 


00 


$1£4,8&,«9 

—* > tll23c«oo 


l«6C4JgQ 

^ • 85 


cork 

rtclaed 1|B,«06|«89 r 

tte on account irtUSceL&V 




(Thia certificate not required whan a iika certificate is made by payee on attachad bill or bills) 
1 certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


Payee . 



(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting C l assi fi cation) 


(Payee must NOT vise this space) 
Difference*:_„___ 


Account verified; correct for.$ 

(Signature or initials). 


I certify that the above article* were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No.of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

I Approved for $----- 


(Memorandum—Do not sign) 


t- 


Title 


Conatruotioa Engineer 


Paid by 


Check No.- 

Cash, $--on 


1.1 . f on Treasurer of the United States 

aaiea- ----, tor $--\ in favor of payee named above. 

- * Payee.. 


' • Tui Jn \ voucher is aimed or receipted in the name of a company or corporation, tho nnmo of the person writing the coir- 

. ^rr^ratv namo u well u the capacity in which ho signs. xnuat appear. For example: "John Doe Company, per John 
pAoy o* corpwi tl as the cam mgy he. 

bmitii. tieeretary* ^ u j authority to approve are oombined In one peraon, one signature only la neceaaary; otharwiao 
tho approving 'officer will alga in the blank apaco below "Approved for S.......and over hia official titlo. 


10—1751 


(Memorandum—Do not aign) 


Per_ 

Title_ 






















































































































METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Revised Statutes) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to __ dealers. 

(b) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of sucH omission must be made. The 
notation on the certificate on the face of the voucher must be “2 (a) (*)” or “2 (a),” depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 
to advertising. 

4. Without advertising in accordance with _*_ 

5. Without advertising, it being impracticable to secure competition because of ____—. 


_ (.Hero state cir cumstances under which the securing of competition was impracticable) 

Note.-—T he above form “Method of or Absence of Advertising” is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should bo used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 61, Supplement No. 6, General Accounting Office, August 20, 1930.) io--i 7 M 
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_-*5. tJf iT ! 


- -v.* 

-- i 


Mil . 


*4r laU11 




a 




J> !*nr iilbJ 

[|d a uj 


Jpi Jaorro j tbtdrtvv tawoaA 


Msi ; ro waUafiS) 


V* Tgf c*im pm m 1« witq jWTTjy i» *0D^qm 

IW tP&rf'iW vpw fwb it Ml » r OJt r .) A 131 r»:> 

r id ar:$v ) ao tcM "puulwLA b zjamdA to b bo/ibl 4 b 

a di dim eaoaMoaaa j 


09 boo* *> atm »bih* any .i 

J W T *'* 1 ftHttm ftdi bwoxua « 

r h-lM yd abo, 1 ZZ !’ 

* ; - *Q boa Jun ; • - 4^ » • . _ .i, 4 

' , am ;{ , . ni 

fon cO-^n!jbbv>cr.i|^ 






4 10 }. 


boJsb , 


fyrt 


no 



- • - s s s feb. • 

•oW 

-? 


■d bus 


n«' -- 1 






































Standard Form No. 1034a 


Form approved by 
Comptroller General U. 8. 

June 18. 1026 
(Revised August,' 1930) 


Public Voucher for Purchases, and Services other than Personal °;° 

(W. Ml Deirrer. Color a do, 4/27/36 , 

(Give place and date) 

U s Procurement Division, Ptblic Works Branch* 

(Department, Bureau, or Establishment) _ . A 

Appropriation • 2X * 87S Emergency Construction of Building?, 

Act June 19th, 1934. 


You. No.__ 


THE UNITED STATES.Dr., T« F.J.glrchoff Con struction Co., 


Address 700 Lavrfaice DellTer * .ColartfSK 


PAID BY 


(For use of Paying Office) 


Payees Acd . No. 


Payee must NOT 
use this space 


Contract No. Tl-?ff-3508 n,,3»pt. 80,36^ . No_Date. 

Activity DaiCT.eT^...C.olca , .ado.,...P J tS. < ..Mnt....Addi.ti.oiFor. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


Apr 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Term* % Discount Cash_days 


30, 3(1 Contract iaaount 

Additions previously 



Work previously ccpS 
Wjrk performed^f^j^ 

Less uncor^I^sa work 
Less l&CNis^sinGd 
LeBiK^t^rontc on account 


QUAN¬ 

TITY 


ted 

$134,853 
,235 


SidOcfe" 


1$,608 

$121,368 






UNIT PRICE 


Cost 


96 

00 


89 

57 


-W 


Per 


AMOUNT 


Dollars Cts. 


2 


7,112 

1.804 


'ms&is 


1.2.827.94 


Payee mutt 
NOT me this 
column 


00 

90 


So 


NOTATIONS 


^^,088.96 

i;>9.977.46 




(This certificate not required when s like certificate ia made by 

1 certify that the above bill is correct and just, end 
that payment therefor baa NOT been received. 


payee on attached bill or billa) 


TOTAL, 


$46,111 


" Payee . 


Per. 


Title .. 


50" 


(Additional statement* by Department, Bureau, 
or Establishment, if deemed necassary) 


(Accounting Cl a s s ifi cation) 


(Payee must NOT use this space) 
Differences:_....- 


Account verified; correct for.. 


_ $ 


(Signature or initials) . 


I certify that the above article* were received in good condition, after due itupection, acceptance, and delivery prior to payment a* required byUw, or the tervice. performed 


.JjrtJr thev were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

.tated; under the .ircum*tance* Mated in No .of "Method of or Absence of Advertising” drown on revene hereof, and were necessary 

forthe public service; and that the price* charged are ju*t and rea*onabIe and in accordance with the agreement. 

1 f # (Memorandum—Do not sign) 

f Approved for 5 --- 


Tide. 


Construction Engineer 



—wnrato name aa well «*■ CUD enpeeny ui Ttuiv— 

EKfcBwStW •” or combined In one person, on# sisnaturo only is necessary; otherwise | 

t if the to £ wSkiS mRSw “Approved lor $.. and over hi. official title. 

tfi.approvins officer wdlaiSB 


Title_ 
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' :U^. r JI5M32 


f ... _ _V ’ V ) 

METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Revised Statutes) 


r.) 


• J 


1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to-- 

( b) And by notices posted in public places 


. dealers. 


(If notice* were not posted in addition to advertising by circular letters sent to dealers, explanation of such poat ed.) 

the certificate on the face of the voucher must be “2 (a) (6)” or “2 (a),” depending on whether or no 


be made* The 


notation on 1 


d of the voucher must be "Z (a) W” or W, acpenamg -— — delav incident 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admi o 
to advertising. 

4. Without advertising in accordance with--- 


5. Without advertising, it being impracticable to secure competition because of. 


(.Hero state circumstances under which the securing of competition was impracticable) 


Note.—T he above form “Method of or Absence of Advertising” is to be used when purchases are made or services secured^under 

proper authority without written agreement in any form. In case of a written agreement (formal contract, P r °P ' advertising and 
or less formal agreement) Standard Wm No. 1036 (Revised) should bo used for abstracting themethod of or absence of adverting 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) u 
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SuuuSard Form No. 1085a 
Form approved by 
Comptroller General U. 8. 
June 18,1928 


Public Voucher for Purchases, gn^Servic|^|^|^h a n Personal 


u. s. 


(Voucher prepared. 

Procurement Division, Public Works (( Bf^ffe^ d , ate; 



PAID BY 


Appropriation: 


2X-872 EmergenbT^im^M^ Public Buildings 


Act June 19, 1934. 


F. J. Kirchoff Construction Co. 

THE UNITED STATES, Dr., To _ 

700 Lawrence St., Denver, Colorado 

Address 


(For use of Paying Office) 


Payees Acci . No. 


Payee must NOT 
use this space 


Sppt.20,3b 
N JiKveT,---ColD.-,---U .?fi%f±ttt,-i3enve? c . q ' N °- 


Date. 


For. 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


Apr. 20,:.936 


ARTICLES OR SERVICES 

(Enter description, Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash.....-days 



Concrete 
Cement Finish 
Demolition 
Reinforcing Ste| 

Granite Work. 

Brick Worlds/ 

Dampproofirag^a subdrains 
Plumb ^ 

^‘trical 

^w^uctural Steel 
)rnamentel & Grilles 
Excavation 
Llill^orlc 

Caulking & Weatherstripping 
Structural Terra Cotta 
Painting 

Hollow Itetal Boors 
Misc. & Supervision 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Total forward to sheet 


One...... 


Per 


AMOUNT 


Dollars 


$ 4,000 

1.500 
400 

5.500 

22,000 

2.500 
000 
750 
950 

2,235 

3,000 

4.500 
100 

1.500 
150 

1,250 
150 
250 
500 


...451,235 


TOTAL, 


Cts. 


NOTATIONS 


Payee must 
NOT use this 
column 


00 

00 

00 

00 

00 

00 

00 

too 

00 

00 

00 

00 

00 

00 

00 

od 

00 

00 


oq 


NOTE._This form to be used as a Grst and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, tb~ r * 

sheet containing the certificates. io-m» 






































































Transmittal of Voucher 


Denver, Colorado, U.3,Mint* 


PW-se 


James D* Owens* 

U.S.Mint, Denver* 

Denver, Colorado, 
April 29, 1936. 


Supervising Engineer, 
Procurement Division* 
Publio Works Brrmch, 
Washington, D. C, 

Sir: 


reference to the contract with F.J. 

»? n !? rU ,°, tioD t0 * t0T extension and re¬ 
modeling of the U.S. 1'lnt In Don tot ; 

ntove contractor inlhe ^W^eTlllo 

Attached herewith is now Voucher signed 
by the Contractor in the amount of* 46 111 to 
supersede the one mailed in error %wl t0 
the unsigned voucher to this office for cfneelStlo 

Yfcurs very truly, 

Janes o* Owens 


tons t ru c ti on Kn*;i ne er7 




Transmittal of Vouchor 


Donvor, Colorado, U*3 *: int« 


PW-6K 


Jamas D« Owens, 

U.S.Mint, Denver* 

Denver, Colorado, 
April 29, 1936. 


Supervising Engineer, 
Procurement Division, 
Publio i'.'orks Branch, 
Washington, D* C* 

Sin 


In reference to the contract with F«J. 
Xirchoff Construction Co* for extension end re- 
moJeling of the U*3. Mint in Denver; 

On April 28th a Voucher in favor of the 
above contractor in the amount of $46,111*50 was 
inadvertently mailed to the Division without tho 
Contractor^ signature* 

Attached herewith la new Voucher signed 
by the Contractor in the amount of £46,111*50 to 
supersede the one mailed in error* Kin ly return 
the unsigned vouchor to thic office for cancellation* 

YOuro very truly, 

James 0* Owens 


Construction ilngineer* 



■4-27-Zt. 
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Standara XPorm No. 1034 a 

Comptroller General U. 8. 

June 18,1028 
(Uovlsod August, 1030) 


-) 


Public Voucher for Purchases, and Services other than Personal “ °’ lw 
it* ^ C*la . f 4/ 7/ae 

(Give place and date) 

U 5 -TomtrtiosBt Ivi eion, ^tblle lorHa Branch, 

(Department, Bureau, or Establishment) 

Appropriation: ***** ?B»f|Wy C«WtmttO« ttf 

*<t Hi i & Mby l»84 t 

THE UNITED STATES, Dr., Tn FeJeK lMBiog f Cowtruetlaa C o„ _ 

(Payee) 

Address Bfee 3«yiri ColeSWH# 




PAID BY 


(For use of Paying Office) 


.. Payee s Acct.No. 


Payee must NOT 
use this space 


AefMMB 


Contract No _~ Date®*?* Req. No. 

Activity onafftri CT)lQt f e»l« Wait ^aBoi For 


Date.. 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necesa&ry) 

Term*% Discount Cash_days 


NOTATIONS 



Apr* 50 9 2f 


Contract Amount 
Additions ^previously 



prtrrioueXy 

•wurfowKS 

!v» 


M wo rk 

K»te on account 





(This certificate not reouired when s like oertifioste ie made by payee on attached bill or bills) 
I certify that tbe shore bill is correct sod just, end 
that payment therefor has NOT been received. 



(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences:_ 


Account verified; correct for.$ ^ 


(Signature or initials) , 


I certify that the above article* were received in good condition, after due inspection, acceptance, and delivery prior to payment a* required by law, or the lervices performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstance* stated in No.-of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

f Approved for $---- 


(Memorandum—Do not sign) 


t~ 


Tide. 


Construction Engln©#r 


Paid by 


Check No. --- dated.. for $. 

Cash, $__ on- * Payee. 


{ on Treasurer of the United States 
in favor of payee named above. 


COEP- 

John 


• When s voucher ia eigned or receipted in the name of s company or corporation, the namo of the peraon writinx tho 

nanv or corporate name, aa well aa the capacity in which ho aixna, muat appear. For example: “John Doe Company, per 
Smith, Secretary," or “ Troaaurer," aa the caae may be. 

t If the ability to certify and authority to approve are combined in one peraon, one aignature only ia neceatary; otherwieo 
the approving officer will sign in the blank apsco below “Approved for 5.... ," sad over hie official title. 


10—1751 


(Memorandum—Do not sign) 

Title_ 




























































































































METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of tbo Revised Statutes) 

1. After advertising In newnpnpcnj. - - • 

2. (a) After advertising by circular letters oent to ___ _ _dealers. 

( b) And by noticcn poatod In public places. _ 

(If notices were not posted In addition to advertising by circular lotters sent to dealers, explanation of such omission must a ma o. 
notation on the certificate on the face of the voucher must bo “2 («) (f)*' or "2 («)/* depending on whether or not notices were posto .) 

3. Without advertising, under nu exigency of the service which existed prior to the order and would not admit of the delay tnciden 
to advertising. 

4. Without advertising In accordance with __ 

6. Without advertising, it being impracticable to secure competition because of .— . -— ' 

........ ... — --- — - 


....».-.... . . — - - — ■— -— - - 

Ulore sin to circumstances under which the securing of com petition was impracticable) ___ ——============ 

Nora. — The abovo form “Method of or Absence of Advertising” is to bo used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or loss formal agreement) Standard Form No. 1036 (Revised) should bo used for abstracting the method of or absence of advertising and 
award of contract. (Sco General Regulations No. 61, Supplement No. 6, General Accounting Office, August 20, 1930.) to—usi 
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Standard p orm No . ioS5a 


rJ^ m „ a PP r °vod by 
Comptroller General U. 8. 
June 18,1920 


Public Voucher for Purchases, and Services other than Personal 

Pawrnr, C olo., 4/5 7/26 _, 

(Give place and date; 

V. S. urvssont Division, Public ^orfra Branch, 

(Department, Bureau, or Establishment) 

Appropriation: JUNW >Eerc»ncy twjjwiitlwi Buildings 


D. 0 . Vsu. No. . 

No.. 


PAID BY 


Act Juno 19, 1934* 

THE UNITED STATES, Dr., To 3 * S lrchoff Construction Co. 

(Payoe) 

Address tOO toarronee Colorado. 


(For use of Paying Office) 


— Payee s AccL No. 


Payee must NOT 
use this space 


n-K-£SQ8 


Contract No. 
Activity 


Date Req . No. Date. 


For. 









































































PROGRESS REPORT FOR THE MONTH OF 



BUILDING, u. S. . AT 

contractor J.Kirchoff Construction Co. 


March,1976 


Denver, Colorado 

.. time LIMIT 310 day. from Sept^S 

Expiration July 20,1956. 


APPROXIMATE DATE BUILDING READY FOR OCCUPANCY_ 


BRANCH 

total Value of 
BRANCH 

Total Value com¬ 
pleted to last Report 

Value Completed 
. Since Last Report 

PER CENT COMRL 

LAST Month - 

.ETED 


DOLLARS 

as. 

dollars 

CTS. 

dollars 

as. 

THIS MONTH _ -T!.V* // 

“ NORMAL . 64.5. 

Demolition — Shoring, 

$4,457 

00 

/ 3,100" 

00 

500 

oo - 

Excavation, 

47790“ 


^ 3 , 250 • 

00 






cement Finishes 

3 5,980 




1,000 

00“ 

— 

EQUIPMENT 

Footings, & Concrete 

23,042 

1 

17,900 

OCT 

5*000 

00 T 

— 

Adequate 


Waterproofing — Subdrains, 

“200" 

t 

^ 125 

00 





Brickwork, 

8,913 

l 

^ 1,300 

00 

800 

00“ 

— 



Granite work, 

68,195 

I 

^19*000 

00 

13,000 

00 




Stone work $c£el • Blocks 

—334 







FORCE 


Concrete, Vaults Old B! 

Idl0,662 


V 1,125. 

00 

X 



Sufficient 

Structural steel and iron, 

43,852^ 

1 oo 

? 31.900 

oo h 

4*000 

00 ■ 



i 66 Men 

Architectural terra cotta, 

6,079 

’ 

. 




Daily Average 

ctural terra cotta, 

2,179 









Kuof covering # ti 1© 

2,369 









Woodwork |E Cerpent ry 

6,210. 


^ 1,000 

00 




PROGRESS 


Painting and glazing, 

4,143 







Satisfactory 

Lathing and plastering, 

1,765 









Interior marble, terrazzo, etc., 

985 









Ornamental meta$& Grills 

11,250 




1,500 

00 

r- 



Hardware, ®llild6PS 

682 







DELIVERY OF MATERIALS 

Vault Doors Linoleum 

349 







Sati sff.etnrv 

Approaches, curbs, grading, etc., 

372 1 

Tea - 

;her Stri 

p &l 

3aulk 50 

00’ 

— 



Miscellaneous,&SUpGTVl Si ( 

m b,6b7 


^ 2,000 

00 

750 

oo ■ 

" 



He-inforcing Steel 

20,976 

m 

^"4,050 

DO 

2.000 

00 ’ 

— 



Hol.I et.&Vert.L.D. 

0,986 









Sheet Metal 

2,356 





00“ 




Plumbing,. 

10,639 

y 

^ 3,975 

DO - 

1,500 


campi p-q r>\/p-c?rii 1 1 =" Hone 

Uirf I&oap Stone 

11,029 





00 




- TJ eating and ventilating, 

11,855 


^27515 

DO 

2,200 

— 

SAMPLE 

TIME OVERDUE 

metric work, 

~I4,56^ 

\ 

✓ 2,750 

DO 

6,000 

00 




Structural Glass 

2,432 









Lighting fixtures, 

668 









Elevators—Lifts, 

3,230 


/___-_ 







Total, Add! ti OHS 

1.804 1 

JO 

r S&7.49 

706 

47 ; 

i r 



i 

^298,916790 

^94,847.49 

*39,006. 

47 





REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained 
Less payment on account 
Amount of payment for month of. 


March,1956 


$13,485.59 

86,862.75 


Form 8701 

treasury department 

Procurement Division 
Public Works Branch 


MTHUfluxmamnoomci 2—14042 


$298,916.90 

164,062.94 

134,853.96 

99,748.14 

§35,105.82 


Construction Engineer . 






































































































































































































8 “^ssr* Poblic Voocher for [Vchases, gn^Sem^^iihan Personal ° 

(Revised August, 1930) 


I. O.Vou. No.. 
No. 


(Voucher o^^ iC , T paid by 


u. s. 


Appropriation: 


2-Z-872 


rbt Public Buildings 


Act June 19,1934 


F.J.Kirchoff Construction Co# 

THE UNITED STATES, Dr., To-.. _____ __ 

AM Lawrence St#, Denver, Colorario 

::::: #307^ 



Payees Acct. No. 


Payee must NOT 
use this space 


Contract ^ftn ycr ---eorl-cr .— 1 ^iTrfc-,---DenvnT Req ‘ No> 
Activity. f. ..... For 


_ Date. 


= 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


ffiQr«gl - y 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

. J " - - 



Additions previously reported 
Additions this month 


Work previously 
Work performed th 



Less unco in 
Less 10# 
Less P 



on Account 


UNIT PRICE 


AMOUNT 


QUAN¬ 

TITY 


Cost 


Per 


< Dollars 

97,1 L2 

1,574 


Cts# 



NOTATIONS 

Payee mutt 
NOT use this 
column 


£95,84 
39,0 

I &r 


13,485.39 
#263.75 





(Thia certificate not mjuirod when a like certificate ia mads by payee on attaohed bill or bills) 

I certify that the shore bill is correct and just, and 
that payment therefor has NOT been received. 


35,105 


TOTAL, 


* Payee , 


Per. 


Title . 


02- 


(Additional statements by Department, Bureau, 
or Establishment, if deemed ne cessary) 



(Payee must NOT use this space) 
Differences:. 


Account verified; correct for__$ 


(Signature or initials) . 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No. ..of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

•(■Approved for $--—--— 


(Memorandum—Do not sign) 


t 


Construction Engineer 


Title. 


Paid by 


Check No.-- dated 

Cash, $-- on- 


for $. 


: Payee 


• When a vouchor is signed or receipted in the name of a company or corporation, the name of the person writing the coir- 

nanv or corporate name, as well os tbo capacity in which he signs, must appear. For example: "John Doe Company, per John 
Smith Secretary," or “Treasurer," as the case may be. 

t if the abUity to eertify and authority to approve are oombined in one person, one signature only is necessary; otherwise 
tho approving officer will sign in the blank space below "Approved for 9.........--and over his official title. 

10—1761 


Per _ 

Title _ _ 


f on Treasurer of the United States 
\ in favor of payee named above. 


(Memorandum—Do not sign) 
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a 


f\ (| M 


*»: 


•V ' - ' 

i** • * * 


■ 

METHOD OF OR ABSENCE OF ADVERTISING 

I r 

(Section 3709 of the Bevised Statutes) 

1. After advertising in newspapers, 

2. (a) After advertising by circular letters sent to__dealers, 

( b) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
notation on the certificate on the face of the voucher must be “2 (a) ( b )” or “2 ( a), tf depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 
to advertising. 

4. Without advertising in accordance with________1--_ 


5. Without advertising, it being impracticable to secure competition because of. 








--- 

^Her© state circumstances under which the securing of competition was impracticable) 


Note. —The above form “Method of or Absence of Advertising 7 ’ is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 61, Supplement No. 6, General Accounting Office, August 20, 1930.) io-a7« 
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standard Form No. 1085 a 
x orm approved by 
Comptroller General U. S. 
June 18,1926 


Public Voucher for Purchases, and Services other than Personal “ 

Bwww. o»io. M». *r*,iw 

(Give place and date) 

I], £ Trees, Dept, Procur ornent Division , Public Works Breach, 
Appropriation Bnergeney Construction of lltHtlp, 

Act June 19th, 1934 


0. Von. No-. 


THE UNITED STATES, Dr., t„ r.J.Klrchoff Construc ti on Co, 

(Payee) 

Address Lawrence St,, Denver, Colorado 


PAID BY 


(For use of Paying Office) 


— Payees Acct. No . 


Payee must NOT 
use this space 


Contact n„. n-ps- asos ^..sept •» . 1 ^ No . 

Activity Pwwr* 6elortte T B.8. Iffipfr frHitloF or 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash days 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


AMOUNT 


Dollars 


Cta. 


Payee mutt 
NOT use this 
column 


NOTATIONS 


MfiX Hi Si 9 


1936^ Concrete 

-/Cement Finish 
^Mise. & Supervision^ 

J Demolition < f\vA 

j Be info r cing *•**■"" ^ 
v Granite \*oa 
•i Brick 

'-Dempro k sub-dreins 




strical 
^Structural 


4 Excavation 

^Hlllwork 

^Caulking 



Additions 

Jan. 23 $204.97 

$204.97 


Dee. 17, 512.44 

350.00 


Ifcr. 12, 230.00 

230.00 


Less lOjS 

764.97 


78.50 


Total forward 

to sheet ( 

)ne 


5,000 

1,000 

750 

500 

2,000 

:ls,ooo 

eot 

o 

1,500 

2,200 

6,000 

4,000 

1,500 

0 

0 

50 


$&9,Q06 


706 


TOTAL, 


00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 

00 


00 


47 


47 


NOTE.—This form to be used as a (ixst and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, th** * 
leet containing the certificates. 10—1751 - 
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Albert G. Fish. Pres, and Treas. 


H. J. LUMPP, Vice-Pres. 


Ira C. Bower, secretary 


INVOICE 


ADDRESS ALL COMMUNICATIONS TO THE COMPANY 

THE MIDWEST STEEL 8 IRON WORKS CO. 

(INCORPORATED) 

Established 1894 


STRUCTURAL STEEL AND ORNAMENTAL IRON 


All Agreements Subject to Strikes 
Accidents or Other Causes 
Beyond Our Control 



3/26/36 


Office: 25 Larimer Street 
Factory and Yards: 1st and Larimer 
DENVER, COLO. 


YOUR ORDER No. 


F.J.Lirohhof Construction Co., 

7th & Lawrence Sts., our order no. 6-1799 

Denver. Colo. 

FORM NO. 6 11-35 5M EIGHT PER CENT INTEREST CHARGED ON PAST DUE ACCOUNTS 


TERMS F. O. B. 


Partial Invoice nocount structural Steel end 
liiecell&neoue Iron for Denver Hint 


68 tone a 3120.00 


.8160.00 



Phon« SPruc# 2647 


DAY AND NIGHT SERVICE 


Phone MAin 


Rocky Mountain Electric Co. 

CONTRACTING ELECTRICIANS 
453 Broadway 
DENVER, COLORADO 

March 26, 1936. 


F. J. Kirchoff Construction Co., 
700 Lawrence St., 

Denver, Colorado. 

Gentlemen: 


Following is an estimate of electrical work installed 
in the United States Mint, Denver, Colorado, to date: 


Amount of estimate to February 26th 
130’ 3/4" telephone conduit in basement 
30* 2“ conduit, 4-2" Ells Hangers, etc. 
Switchboard complete assembled with 

breakers 

Additional for 220 volt D.C. Breakers 
Additional for 40 ,, x48"xl2" Entrance 
Cabinet for service Pot-Heads and 
900 amp. 3 phase feed to switchboard 
50* 1-g-” conduit, ells, etc. to switch¬ 
board 

44* 1" conduit, ells, etc. to switch¬ 
board 

Conduit boxes, etc. for 20 switch and 
plug outlets 2nd floor 
Additional for exterior bracket outlets 
90' l£ H conduit for elevator feed 


$2,716.59^- 
23.40 ^ 
30.50 ^ 

5,764.80 

186.34 


209.00 ✓ 

28.00 k/ 

13.00 ‘ 

70.00*' 
30.73 ^ 
31.50 y/ 


$9,103.86 



Less previous payments 
Less 10$ 



Yours very truly, 


2.716.59 

6,387.27 

638.73 

f5,748.55 


Rocky Mountain Electric Co. 
By 




WMH: G 


* 






PROGRESS REPORT FOR THE MONTH OF FefcWUftry 


me-..., 19 


building, u. s. ...Mint.Addltion, . at ....Denver, ..Colo*. 

contractor ConfttruoW.Qft CQji^ time limit 310 .days from sep-fo.13 

Expiration July 20 -1936 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY July let.#... 19.3.6 a ., 19 


BRANCH 

Total Value of 
Branch 

Total Value com¬ 
pleted to last Report 

Value completed 
Since last Report 

PER CENT COMPLETED 

last Month _ 


DOLLARS 

CTS. 

dollars 

CTS. 

dollars 

CTS. 

THIS MONTH 

Demolition—Shoring, 

$4,407 

.00 

- 2,400 

.00 

700 j 

00 

- NORMAL. 64.9$ _ 

Excavation, 

4.790 


^stooo 

.00 

250. 

00 



p##Cement Finishes 

5.980 

• 




EQUIPMENT 

Footings, feConerete 

23,042 

• , 

* 17,900 

• 



Adequate 


Waterproofing—Subdrains, 

209 


^ 125 

0 





Brickwork, 

8,913 

• 

500 

• 

800. 

00 • 



Granite work, 

68,195 

. 

8,000 

/ 

11,000 

09 

— 


Stonework, &Bol • BloOkl 

_ 334 

• 


1 - 


FORCE 


Concretey aUltS Old Bl< 

L. 10,662 

• 



1,125 

.00 

— 


Structural steel and iron, 

43,852 


L 237 500 


8,400 

.00 

__ Sufficent 

Architectural terra cotta, 

6,97? 


^ --- 






F *ctural terra cotta, 

2,199 


» ■ 




Daily Average 55 mei 

iv J coveringjSt Span .till 

> 2,369 







• -X 

woodwork, St Carpentry 

6,210 


7^ 


1.000 

•00 

^ PROGRESS 

Painting and glazing, 

4,143 




- p 




Lathing and plastering, 

1,765 






Slow- 


Interior marble, terrazzo, etc., 

985 








Ornamental metalfc Grills 

11.250 






— 


Hardware, Builders 

- 9- - 

682 






DELIVERY OF MATERIALS 

Vault Doors UnolCW 

349 






Granite deliveries 

Approaches, curbs, grading, etc., 

“372 

TTei 

Either Sti 

Ip. 

ST caulkii 


slow on account of 

M iscellaneous,& SUpOrYl S' 

.on5, 657 


^ 1,500 

•_ 


00 - 

— extreme weather con 

Re-inforcing Steel 

“20.S76 


rl 3,5Q0 

4_ 

_ 

00 

—ditions at quarry St 

Hol# Met# & VerteLi 

,0 5.9S8 

• 





on transportation 

Sheet Metal 

27356 

• 





companies• 


Plumbing, 

10,639 

• 

1,900 

• 

2,075. 


SAMPLES OVERDUE NOn6 

Soap Stone 

11,629 






Heating and ventilating, 

11*855 

i 

a- 1,400 

• 

1.U8. 


— SAMPLE 

TIME OVERDUE 

:ric work, 

14 $ 566 

» 

X 1,600 

• 

1,150 




Structural Glass 

2,432 








Lighting fixtures, 

668 








Elevators—Lifts, 

3,230 


/ 






Total, Additions 

1.574 

,90 


If!- 






Totals 


l/V 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained - - - - 

Less payment on account ------ 

Amount of payment for month of.^lil’Uary..—__l_936-_. 


19,584.74 

60,284.25 


Form 8701 

TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


MTIWiMtKT printimo ©mti 2 — 14042 



$ 298,686.90 
202. # 59.41 

95,847.49 

69 t 868.99 

~p5,978.50 


_ 

• Construction Engineer . 






























































































































































































^ JFonn approved Public Voucher for Purchases, and Services other than Personal 

,B S5* ' (iwkr . Pe 5 T«T ,....?olo... Feb. mu-ioge 

(Give place and date) 

t/. cTreas. Dent. Froou remant Division, Pub lic Worfc Branch, _ 

(Department, Bureau, or Establishment) 

Appropriation: 

Act June 19 ^ 11 - 1934 -_. 


D. 0. Von. N». ...........—— 

No.. 


THE UNITED STATES, Dr., 7o.F. J . ..Kirchoff __Cqnstr^ 


(Payee) 


PAID BY 


(For use of Paying Office) 


Address 7QQ- Lar oaco sit.,. y _D6nyer A CoX#.-- — --- P ayees Acd. A/o. 


Payee must NOT 
use this space 


Contract No. Tl-PW-3503 p., Sept.30-1935 No ... Date. 

Activity Denver, Colo v For . 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms .% Discount Cash ................ days 


QUAN- 
T1 


tlTY 


Feb. 29-$6- Contract Mount 

Additions previously reportecL- 




Work previously com 
Work performed ' 
Brt. forward 


•I 

►— 

o 

’ 


Less «©c6^ieted work 
retained 

yments on Account 

(This certificate not reauired cerd^e is made by payee on attached bill or bills) 

I certify that the shore bill ^correct and just, and £ rW* 


UNIT PRICE 


Cost 


66,9152.49 
28, 8 >5.00 


95,847.49 


9,534.74 

60,234.25 

69,838.99 


Per 


#29 

29 


20 

9 

6 

2 


TOTAL, 


that payment therefor has NOT been received. 


» Payee 


r- 

. I Title . 


AMOUNT 


Dollars 


7,112,00 

1,574|90 


8,686,.90 


Ctt. 


2,739.41 
5,847,49 
9,860|»99 


5,978150 

$25,978.50 


NOTATIONS 


Psyee must 
NOT use this 
column 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences:_..._*----— 


Account verified; correct for_$ 

(Signature or initials). 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 

t stated* that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market and with or without advertising, under the circumstances stated in No.of "Method of or Absence of Advertising* shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

f Approved for $--——- 


(Memorandum—Do not sign) 


t- 


Construction Engineer, 



M r\ . dn ted___ 

.. for $ 

f on Treasurer of the United States 
_ 1 in favor of payee named above. 

Paid by 

. on _ _ * Pavee_ _ _ 


S'-- - ' 


(Memorandum—Do not aim) 

• wh.n . voucher is aimed or receipted in the name of a company or corporation, the name of the person wntm* tbo com¬ 

pany aa well as tbs capacity in which he ai«na t muat appear. For example: “John Doe Company, par John 

8ecretaryor ■'^^^^auLhoVify^approve are combined in ona peraon, one eisnature only ia neceaaary; otherwise 

Per . 


Title... 

____._. _ iimii _ 


10—1751 
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METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Revised Statutes) 


1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to. 
(6) And by notices posted in public places. 

.. .__u:.:_«... 




_ dealers. 


1 by notices posted in public places. . . . de 

(If notices were not posted In addition to advertising by circular letters sent to dealers, explanation of such omission mus 
notation on the certificate on the face of the vouchor must be “2 (a) (i)” or “2 ( a XT' depending on whether or not n °* lc * s ™ er ° P °® ® Lnridfint 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of tne e y 

to advertising. ± t aT t ^3TAT2 03 

4. Without advertising in accordance with- 


5. Without advertising, it being impracticable to secure competition because of __ 


t • 


(.Here state circumstances under which the securing of competition was impracticable) 


Note.—T he above form “Method of or Absence of Advertising” is to be used when purchases are made or services secured .under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and accept » 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstractiag the method of or absence of advertising ana 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 
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Standard Form No. 1035 a 
Form approved by 


— - - ri g ■* » i/U Ujr 

Comptroller General U. S. 
June 18,1928 


Public Voucher for Purchases, and Services other than Personal 

Denver, Colo. Feb. 27 th-1936 

{Voucher prepared ...) 

(Give place and date) 

U ^Treas. Dept. Procurement Division, Public Works Branob, 

(Department, Bureau, or Establishment) 

Appropriation • 2-X-872- Emergency Construction of Publio Buildings, 

Act June 19th- 1934. 



THE UNITED STATES, Dr., To l'± • Klr ehof f Con struction Company, 
Address 700 " Laranoe St., Denver, Colo. 


(Payee) 


PAID BV 


(For use of Paying Office) 


Payees Acct . No. 


Payee must NOT 
use this space 


r , tNI Tl-FW-2508- - Sept. 30-1935 M 

Contract flDge.- iftnt-MdimA 1 ?' 

Activity...:. 


Date. 


For . 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 






Feb.29-}36- Concrete- 
Demolition 
Reinforcing Steel 
Granite Work 
Brick Work 
Mill Work and d&i 
Excavation^ '§\v^ 
Structima^x-'wOl 
Mi se^c^Wipervision 

p: 


Total forward to sheet one. 



ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash days 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


$28,865 


AMOUNT 


Dollars 


$1,1251 

700 

750 

11,000 

800 

1,000 

250 

8,400 

500 

2,078 

1,115| 

1,150 


• 00 
.00 
• 00 
•00 
•00 
.00 
.00 
•00 
•00 
•00 
.00 
.00 


•00 


TOTAL, 


Cts. 


NOTATIONS 


Payee mu*t 
NOT use this 
column 


NOTE._This form to be used as a Gist and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, the final 

sheet containing the certificates. 10— i75i •ermnr 
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Standard Form No. 1034 a 

Form approved by 
Comptroller General u. S. 


Public Voucher for Purchases, and Services other than Personal 

Denver, Colo. Feb. 

(Voucher prepared ...) 

jj s Trees. Dept. irocureswot Division, i-HMIo^orlr Branch, 


June 18,1028 
(Revised August, 1930) 


D. O. You. Ns. 
No._ 


Appropriation e * 1WW!3 - TtlDllO BulldtajB, 

Art June 19 th-1934- 


THE UNITED STATES, Dr., T*' 3 ' K l rCh0f f rrmetT UOtl on *m SW, 


PAID BY 


(For us8 of Paying OfDco) 



71 - 1^-2503 


dept.30-1935 


P Sr;rtSy s . t p^c° T V Conlract No.. Date. 

___ Activity. . . For.. 


Expendi- 

lure 

Symbol 


No. and Data 
of Order 


Data of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description, I tem Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms_._% Discount Cash ...___days 

Fob.20-40- t'otfout mount 


QUAN. 
TI 


flTY 


Additions previously reported}- 

voifc previously eostplab 
wortc perforasd thisKsm 
spXs rorwwffli t ws 


UNIT PRICE 


AMOUNT 


Cost 


Per 

TCP" 


Dollars 


Cts. 



Inod 
ts cm Aoeount 

d $0. 



-yO >> 



1,074.90 

3^68C«9o" 

i pj? 4-1 

s,£s«.«i 

5,347.49 

9,060,199 


V 


5,970. 


920*50 


NOTATIONS 


Payee must 
NOT use this 
column 


(This certificate not required when e like certificate is mad. by payee on attached bill or bill.) 
I certify that the above bill ia correct and just, and 
that payment therefor has NOT been reccivsd. 


• TOTAL, 


* Payee . 


Per. 


Title . 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting C l assification) 


(Payee must NOT use this space) 
Differences:___....___ 


Account verified; correct for. 


_ $ 


(Signature or initials) . 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No...of “ Method of or Absence of Advertising" shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

f Approved for $-*- 


(Memorandum—Do not sign) 


t- 


com true tlds'S^lneer, 


Tide. 


Paid by 


Check No. 


dated. 


for $. 


f on Treasurer of the United States 
\ in favor of payee named above. 


Cash, $.* on. 


* Payee. 


* When a voucher is aicued or receipted in the nnmo of a company or corporation, the name of the person writing tho com¬ 

pany or corporate namo. as well as tho capacity in which he signs, must appear. For example: "John Doe Company, per John 
Bnuth. Secretary.” or "Treasurer." as tho case may be. ... . . 

t If tho ability to certify and authority to approve are oombinod in one person, ono eigne tare only is nccemary; otherwise 
the approving officer will sign in the blank space below "Approved for $.and over his official title. 

10—17S1 


(Memorandum—Do not aign) 


Per 


Title_ 
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METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 ol the Revised Statute*) 

1. After advertising in newspapers. 

2. (o) After advertising by circular letters sent to --- dealers. 

(6) And by notices posted in public places. 




Z AJ 


.01 \ 


i by notices posted in pubuc places. . . _,_- lon mu , t be made. The 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explan a on notices were posted.) 

notation on the certificate on the face of the voucher mu.t be “2 (a) (4)” or “2 (a) ” dep.ndin, on whether or not no c*. ^ incident 

3. Without advertising, under an exigency of the service which existed prior to the order and would 
to advertising. 

4. Without advertising in accordance with- -- - 

5. Without advertising, it being impracticable to secure competition because of- 


* TXT 




"tHerestate circumstances under which the securing ol competition was Impracticable) 




— 


Note —The above form “Method of or Absence of Advertising” is to be used when Purchases are nrnde °r ®emces ^secured^imder 


award of contract. (See 




i 


i \ 


i 
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Standard. Form No. 


Form approved by 

Pnm nanaM | g^ 


V*“* Public Voucher for Purchases, and Services other than Personal 

amw. Coiio. W>. » tt-B M 


Comptroller General 
June 18,1028 

(PWAer prepared - (Give place and da^ 

l/. j.TriMc Pf!** Proeareeswt DiTlelttR» K ® r * ca L®*®**k*. 

(Department, Bureau, or Establishment) 

Appropriation: 


_ Aet June 19th» 1^34*.. 

THE UNITED STATES, Dr., Kt*| 

Address 


(Payee) 


PAID BY 


(For use of Paying Office) 


Payees AccL No. 


Payee must NOT 
use this space 


Contract No5fc!3??Hft^ - 


For 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms% Discount Cash-——-days 


QUAN¬ 

TITY 


y*b.S9-(56- Concrete- 
amlitlan 
Reinforcing steel 
Granite $ork 
Brick «ox* 

true ttscol^Ssebl 




UNIT PRICE 


Cost 


ttot&l fdxwxd to €4»ot om# 


Per 


AMOUNT 


NOTATIONS 


Dollars 


Cts. 


Payee mutt 
NOT use this 
column 




$1,125.00 
700.00 
750.00 t 
11.000.00 ^ 
aoo.oo 
l.oooLoc 


6,400.00 


s 

y 

S 


2.075.00 

1.118.00 

1.180.00 




*45,605.00 




*3. 


.ro 


TOTAU 


-_7^iTfornTto beused as a first and follow sheet where more limn one sheet is required, carrying forward the total or totals to. or summarizing them upon. 

sheet containing the certificates. 





































































































PROGRESS REPORT FOR THE MONTH OF Jaa* 1936 . . 19 


building, u. s. . AT Denver*-Colo* . 

contractor II i, Ultm H —mmm 1S» «*»t 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY July lst*1936-. 19 


BRANCH 

Demolition—Shorin g, 
Excavation, 

^8*gg* 

Waterpro^g^ ul^TainX~ 

Brickwork, 


TOTAL VALUE OF 
BRANCH 


Total Value Com¬ 
pleted to last Report 


DOLLARS 


CTS. 


Value completed 
Since last Report 


DOLLARS 


Granite work, 


$4^&?L0G 
A.m.oo 
5,98 0*00 

Of* AAS> 

r» V ■ w X 

509. 

#*913. 


v -1*40©J4 
3*800J 

10,900 ,00 


800 .00 


PER CENT COMPLETED 
Last Month .. 13*- 
THIS MONTH _ 
l-—Normal— ..«•£. 


Stonework^ ^.Mo^ t * 

Concrete, . 1 6 « 

Structu ral steeT ana ir on, 
Architectural terra cotta, 


##*195 


8*000 


334*00 


EQUIPMENT 

Mequate- 


FORCE 


rl .10.002 

M«V|TtVW 

43*853*00 

6 j-9 79 

V | F T # 


18.B 00 


6,300.00 


S^-u ctural terra cotta, _ _ 1 2 ^ 179 ) 

- i covering, ^ Spail^tllLQ 


Woodwork, 

Painting an 


Apainpentp y - 

d glazing; 


Lathing and plastering,_ 

Interior marble, terrazzo, etc., 


Ornamental X I. & ~ 

illders’s 


Linoleum 


Approaches, curbs, grading, etc., 


_£B2 *00 
349. 
37. 


Sufficient- 
Daily Averaae-56 


PROGRESS 


A little slow, but 
believed,will finish 


DELIVERY OF MATERIALS 


Miscellaneous, Jfc supervision 5,6 57* 

p^lnVnrcing stea l_20*'''” 


weather <itripping fe imu3 Jc. On time 


Hoi.Mat.& Vert,1*IBs 5*186. 


_ .s ^eet Metal 

Plumbing, 

G 

H l 

trie work, 

Ligfiflngfixtures, 

Elevators—Lifts, 

Total, 

totalo 


2.3S 


11,02^ * 


VftQ O 


T 


-450*00 


-M « W 


3,230 


.00 


*90 


SAMPLES OVERDUE KOXIO • 


SAMPLE 


TIME OVERDUE 


or $6*5irlis$$r V au it Entrances 

By Herring Hall & Marvin Safe Co., fabrications of doors only. 


Contract, including additions and deductions 
Less value of work not completed , 

Less 10 per cent retained. 

Less payment on account ------ 

Amount of payment for month of— Janiizyi—-1936— 

Form 8701 

TREASURY DEPARTMENT 
Procurement Division 

Public Works Branch ••▼■own 


$ 6|698«S4 
34.668*90 

41,367.14 


$298,686*90 

231,704*41 

66,982*49 

41*367*14 

| 25,615*35 

















































































































































































































Standard Form No. 1034 a 

Form approved by 
Comptroller General u. 8. 

June 18,1928 
(Revised August, 1930) 


Public Voucher for Purchases, and Services other than Personal 

or-*. —i 3 -* ,r » C ol ° - JaP « gVtb-19, 6 


D. 0. Vou. No- 
No. 


f (Give place and date) 

Trees* Dept. Procurement Division, Public Woifcn Breach, 


PAID BY 


u. s. z 

(Department, Bureau, or Establishment) 

„ I ■ —■HI " 

appropriation: 

Act June 19 tit- 1934. 


— (Department, Bureau, or Establishment) 

21-672 fflMr g— icy Conetmetich of Buildtoqpt 


«T 


:r 


THE UNITED STATES, Dr., 0—09*# 


/ (For use of Paying Office) 


Address. 


700- LtrenoG 5t., Dourer, Colo. 


(Payee) 


Payee $ AccL No. 


Payee must NOT 

Contract 1 

use this space 

Activity 


r No - -P--. Dale 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


_, Ter me —_% Discount Cash_days 

3BSnm— i-G— ■ ontrect r-.ount 

Additions this’ 1 ©.$657.49-612. 

Vnk previously conpl 
corlc performed this ‘ 

Brt forward froa 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply QUAN- 

Schedule, and other Information deemed necessary) TITY 


UNIT PRICE 


Cost 





„ t retained 
pay&acits on amount 


6 

m 


090, 

066. 


.1* 

H- 


.114 

( K> 


Per 


AMOUNT 


NOTATIONS 


Dollars 


tflltfai* 

1,574 


.$0 

.90 


293, 085 


.90 


251,704 


36,982 

41,567 


(This certificate not required when a like certificate is made by payee on attached bill or billa) 
I certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


TOTAL, 


, 25,615435 


* Payee . 


Per. 


Title . 


I Payee must 
Cts. (NOT use tliis 
column 




41 


49 

14 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences: __ 


Account verified; correct for_$ 

(Signature or initials).. 


=1= 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No. --of “Method of or Absence of Advertising” shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 

f Approved for $-- 


(Memorandum—Do not sign) 


tlon ; nglnoer 


Paid by 

Check No._* dated- 

Cash, $_.on... ’Payee.. 

for $_ 

f on Treasurer of the United States 
-\ in favor of payee named above. 

• When s 

n»nv nr I'drrxi 

vmtrKnr ■■ -irmed or receipted in the natno of s company or corporation, tho name of tho person vrntin* tho com* 

mte name sa well as the capacity in which he si*ns. must appear. For example: "John Doo Company, per John 

Per. 

(Memorandum—Do not aisn) 

™ Jt 1 ; jfe*suad*U tho n D p ro v eft ro com binod in ono person, ono aixnaturo only Is necessary; otherwise 

SSkWUw -Approved lor *-. “<* over hi. JiM title. 

Title___ 


rwouairnmerwaornos 10—1751 





















































































































METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3700 of the Revised Statutes) 

1. After advertising in newspapers. 

2 . (a) After advertising by circular letters sent to _dealers. 

(b) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of sucH omission must be made. The 
notation on the certificate on the face of the voucher must be “2 (a) (*)” or “2 (a)/ f depending on whether or not notices were posted.) 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit of the delay incident 
to advertising. 

. w r'F* rr — i ' ’ r 

4. Without advertising in accordance with - _-- -—. - .. _ - — _____ 

5. Without advertising, it being impracticable to secure competition because of_ 


_ (Here state cir cumstances under which the securing of competition was impracticable) 

Note.—T he above form ‘‘Method of or Absence of Advertising” is to be used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising and 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 10—1751 
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ro« eo mA ‘jpwtfiovbA io mWA to k bodi>M“ k . - uM tn boU* wx**mmy<L> mi tsbea 4aft*t»vhs itc , w U 1 Attm 

oAi life* smmbtms m bsre tfdaootM ba« ka( 9M bjyiub ^ wf} IM fj i** .»,ni tol 
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• FO ™ N V“" Public Voucher for Purchases, and Services other than Personal * 0 


. Vcm. No- 


Form approved by 
Comptroller General U. 8. 

(Voucher prepared Co1q>. 

w (Give place and date) 

v - s ■ H i m . » n». tW i m 

Appropriation: n . <~nn«t rOfttlea of .. 

.. Mt Jun*19tb**Xfci4^... 


THE UNITED STATES, Dr., To..&a^Xim 

(Payee) 

Address —-TOO—— T ******* - i -3egg<r-»-Cftlfl* .— 


PAID BY 


(For use of Paying Office) 


Payee s Accl. No. 


Payee must NOT Contract No.TX-* ; --' : 3('Br.. DateJ&nt*3G-I£36q-No. Date- 

use this space M»lt ^jUdUlUU. For-- 

Expendi¬ 

ture 

Symbol 

No. and Date 1 
of Order 

5ate of Delivery 
or Service 

ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms % Discount Cash ......-days 

QUAN¬ 

TITY 

UNIT PRICE 

AMOUNT 

NOTATIONS 

Cost 

Per 

Dollars 

Cts. 

Payee must 
NOT use this 
column 



H 

i 

36~ Conor®to 

WUoalHfttwt A supmialon 

Deaolitioa Am 

he-inforcing 

Granite isj^^j^tatte Co 

dreiao- 

vosSc 

wSltions* isoX.on c.Plae «« 
\uth*Jan*X7t^- $857*4th* §77 

atrustural -'teal 

tote! t 

non) 

rfc 

lapCti 

prewr 

d Xa« 

l. 

* 

l 

t t’o. 

1 

"1 

^7,000 
/ 500 
^ 000 
1*500 
0*000 
^ 8001 
/ 125 

1*450 
1*400 

^ ft ^ 

86 

.00 

•00 

•00 

.00 

•00 

•00 

900 

•00 

.00 

.48 

*£— 

Z21 

0,300 

28^461 

.00 

V 

TOTAL, 

— 

— 

— 


NOTE_This form to be used as a first and follow sheet where more than one sheet is required, carrying forward the total or totals to, or summarizing them upon, the final 

sheet containing the certificates. 10—1751 «ommn rum™ err- 
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/70o*- 

/SOO&. 

3,200“* 

l^ioc* 

(s3oe>* 

24, SOOtS 


jf* 

/%000?f- 

/ 0,000* 

#e°~ 

SG0*S 

(200*°. 

<p&— 


/25* 

^4m~ 

_ jtfgfe 


C&- /4O0&- /+60® 

%p0& 2 - f0O42- /(*Ot>Zl. 

SS77f* 0?2- X57. ?f 
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PROGRESS REPORT FOR THE MONTH OF .December-.1935- . t 19 

building, u. s. .at . Dearer.,. Cole.,. 

1 


contractor F..J. KircIih.of Construction Co*, time limit SQO- JLaye from. 19 

Sept, 13 th- 1935- 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY July 1st.- ----1936-*r. . 19 


BRANCH 

Total value of 
Branch 

Total Value Com¬ 
pleted TO LAST REPORT 

Value Completed 
Since last Report 

PER CENT COMPLETED 

Last Month w _.,_ 

dollars 

CTS. 

dollars 

CTS. 

DOLLARS 

CTS. 

r fO 

THIS MONTH ' g. ____ 

Demolition—Shoring, 

$4,457 
4 ,.790 

,00 

* 800 1 

>0 

800, 

00 ' 

NOR MAI_. 

38 £ 

Excavation, 

. 3*000• 

* - 

)Q 



Cement liniah. 
Footings, ^Concrete — 
W aterproofi ng—Subdrains, 

R , PRO 




EQUIPMENT 

Adequate 

25jj042 

209 

r— 

. 3,900. 

)Q 

7,000, 

00 . 

Brickwork, 

8,913 






Granite work, 

68,195 






Stonework, * 

334 

,00 





FORCE 

Sufficient 

Concrete, yniiltg old HI 

d. 10,662 

|a 





Structural steel and iron, 

43*852 


0.2,200. 

on 

5,000# 

00 

Architectural terra cotta, 



« 


1 


Structural terra cotta, 







- - covering, £ 

La 2,369 






ATsrctge sa hlg 

PROGRESS 

Satisfactory- 

DELIVERY OF MATERIALS 

Woodwork, ^Carpentry 

6*210 






Painting and glazing, 

4*143 






Lathing and plastering, 

1^765 






Interior marble, terrazzo, etc., 

r 9RS 






Ornamental metal, .q 

11,250 






Hardware, 

*682 






A nnl c*\rm 

349 






'Approaches, curbs, grading, etc., 

372 

a W< 

>Ether at 

ri p 

plpg Ar. ng 

ulk 

ing. 


Miscellaneous^. Kupftrvisi 

ion 5,657 


500 T 



00- 

— on tim< 

Re-inforelng Steal 
TT/%11 «w w r ft Vert* D| 

PG 5,986 

e_ 

r 600. 

QQ 

1,20C 

.00 


Shaet Metal 

2 *,356 






Plumbing, 

10,639 




450. 

00- 

SAMPLES OVERDUE 

none- 

Gas piping, Soap St0116 

11,029 






Heating and ventilating, 

11,865 






SAMPLE 

TIME OVERDUE 

T trie work, 

14.566 




800- 

00 ■ 

Additions. 


Structural Glass 

2*423 






Lighting fixtures, 

668 






Elevators — Lifts, 

3,250 





Total, 

297,112 

1$21,000. 

00 

771, 

00' 


| UUU f U U , f fj UW 

Addition, C.P.10/25 M ^sg OR INDEPENDENT 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained - 

Less payment on account - - - - 

Amount of payment for month of.r.®®.®®"®*^. 


1935- 


' $ 3852.10 
" 1 8 900, 00- 
22,752.10 


297.112.00 

259,362.00 

38,521.00 

22,752.10 

15,768.90 


TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


MTULNTOT miKTOO OfTlCK 2 -14042 


Construction Engineer. 



















































































































































































8 t ^SiSS&T a Public Voucher for Purchases, and Services other than Personal 

' (K «ha rr~~> Dcg Ter » CoXo * * 27tb-19Sft » 

(Give place and date) 

t/. <;T rcca. 3cpt. rrocureaen t DlTialon, F*M H« *»rk» Bgnah, _ 

(Department, Bureau, or Establishment) 

Appropriation: 3-HW- g CU — tW CtlOB Of B»Udi—», _ 


D. 0 . Voo. N#. - 

N# .. 


PAID BY 


/*t June 19 tb- 1984 . 


THE UNITED STATES, Dr, T o Klrchhof Construction Coapiny, 

/ 4 ^resa 700 * larancn st* onvcr, Cola, 


(For use of Paying Office) 


(Payee) 


Payees Accl. No. 


Payee must NOT 
use this space 


Contract N „T 1 -P«- 2506 * 

Contract ^ ^ 

Activity -P^T®?J»- rOX ®* 171 


n,, o©pt.30-lW 


. No... 


For 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Date 
of Order 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other information deemed necessary) 

Terms % Discount Cash days 


QUAN¬ 

TITY 


UNIT PRICE 


Cost 


Per 


AMOUNT 


Contract ount 

Additions Juth.lO/25-lOOO.OO Lec.:~l«|518.4j4 
work previously caeplstsd^ 21j t 000«{00 — 
..oik thlc nontb-concre* 

Tuporrlolon It loc. 

Deaolltlon 
Pelnforoesoet ^ 
truoturel ^.iSg2v> 
lambing ^ 

10/25-35 _ 

UfcT. I1US-CB57 .4ft- 90* 

uncorplcted jflrt 
Less 10* retained on account 2 
Lose peyr.entc 



v.oooJoc - 

■■500.00 
GOO.00 
1 | # 200.00 -—I 
0,000.00 
450.00 
800.00 


11 



*052.10 

* 000 . 


(This certificate not required whoa s like certificate i. msd. by payee on attached bill or bOls) 
I certify that the shore bUl is correct and just, sad 
that payment therefor baa NOT been received. 


22 f 75& 



TOTAL, 


* Payee-. Titla 


Per. 


Dollars 


Cts. 

tmr 


258 , 591 . 

issi :; 

752. 


22 / 

45 / 


re 

m 

10 


7 5 8. 9 0 


NOTATIONS 


(Additional statements by Department, Bureau, 
or Establishment, if deemed ne c essa r y) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences:_ 


Account verified; correct for..$ - 

(Signature or initials) 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract, in open 

market, and with or without advertising, under the circumstances stated in No.of “ Method of or Absence of Advertising" shown on reverse hereof, and were necessary 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 


f Approved for $.. 


(Memorandum—Do not sign) 


t~ 


Title. 


Construction n~lneor. 



Check Nd. __ dated_________...____ 

, for $ 

f on Treasurer of the United States 

_ _ 1 m favor of havaa ^h^vr 

Paid by 

Cash $ —., on...—. * Payee_ 


■» — ••••••*••••••••• •••• ^ 1 “ iu » vs vi jJujgv, IUi j i ICsl uL/UVC« 




(Memorandum — Do not sign) 

. __„ . _ * or recciDted in the name of s company or corporation, the nstno of the person writ in* the com- 

pany oTco^rate nsme « thcTa^y in which ho .iron, must sppesr. For example: -John Doe Company, per John 

Per . 



Title .... 


•oTnoJUDrr ranrnire ernes 


10—1751 





















































































































Icatnrff net nddJo asoroS Its, * ioi * 3 ib’ o? owj i 

■ 

METHOD OF OR ABSENCE OF ADVERTISING 

(Section 3709 of the Revised Statutes) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to-dealers. 

(6) And by notices posted in public places. . 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission mus o 
notation on the certificate on the face of the voucher must be “2 (a) (I)** or **2 (a),” depending on whether or not notices were pos * 

3. Without advertising, under an exigency of the service which existed prior to the order and would not admit o ie c ay mci n 
to advertising. 

4. Without advertising in accordance with------- 

5. Without advertising, it being impracticable to secure competition because of.. 


(Hero state circumstances undor which the securing of competition was impracticable) 


Note. —The above form “Method of or Absence of Advertising” is to be used when purchases are made or services secur 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal BACey > 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertising 
award of contract. (See General Regulations No. 61, Supplement No. 6, General Accounting Office, August 20, 19oU.) 10—175 
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PROGRESS REPORT FOR THE MONTH OF fff rn —lmr- 19US 

ilding, u. s. MintAddition- . AT -Bearer, Colo. . 

contractor ¥ Kirohhof Construe tion Oo• ,— 


•t 19 


time limit 800 days fron. 19 

opt# 13th- 1035 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY .. Jttly l»t# 1936- 19 


BRANCH 


Demoli tion—Shoring, 

Excavation , 

3DOfc.Cement Finishes 5^980 

Footings, & Cflttf yata 

Waterp r oofi i ig—Subdra i ns, 

Brickwork, 

Granite work, 

Stonework, & Bel.Bloc 

amts, old 

Stru ctural steel and iron, 

A rchitectura l terra cotta, 

S 'ctural terra cotta, 

•u J covering, fcSpan.Til* 2,569 
Woo dwork, jb Carpentr y] 6,210 

Painting and ula/inR.jiStr.OlQ . 4.143 



Lathi ng and plastering, 

Interior marble, t errazzo. etc,. 

Ornamental metal, * onil* n, 
Hardware, Builders 


MisceUaneous, lportnsion 5,657 

Reinfo rcing Gteel~ 20,976 
Hol.Vstala y.Llft»BoT!iBa 
hoot I Total 

Plumbing, 

fe, w ,Ua6ip stone 

Heating and ventilating, 


REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions 
Less value of work not completed 


Less 10 per cent retained 
Less payment on account 
Amount of payment for month of. 


Form 8701 

TREASURY DEPARTMENT 
PROCUREMENT DIVISION 

Public Works Branch 


Notsntfer-' 1935 


® 2,100 • 00 

;* 2,700.00 



•evMJonDrr nwrmo omci *3—14042 


Janes D. 


s 297,112.00 
S 276,112.00 

-81r000^ 




•800.oo 

200.00 



Construction Engineer . 













































































































































































































Public Voucher for Purchases, and Services other than Personal 

(Or»o p>»o» nod daw) 

Irocurera«|tt 

(Dspertwaat, Buraau, or EcUbliftuomt) 

Appropriation: JLWMrJfcmSSrJSi^^“58j£**“£jSfil®*5t 


HtanUnm Form No. I oat a 
Form approval br 
Comptroller f inneral U. 6. 

Juno lfc, 1VM 
(UcvImxI August, 193CD 


a 5.Trtft#» opt**. 


PAID BY 


.A«l.jIaBA.19.^LM4j L 


THE UNITED STATES, Dr, ®!5®5^iSL®5SS5i 

<P»7») 

AMra. WO l*r«PO« 3t. 0—»*. Coil*._ 


(For dm d Paying Oflk*) 


-- Payees Acct No._ 


Payee must NOT 
use tills space 


.£•£8 


> m 

E,p*~U No..ndD.U D.t.crfD.lL.ry 
of Order — 


Symbol 


or Service 


ARTICLES OR SERVICES 





(Enter description. Item Number of Contract or General Supply 
Schedule, ana other information deemed necessary; 

Ter me ___% D Ucount Cash .—. d ay 

Contract count- 

Addition Attth« Oot.2Stb-n,0<K>*Co^t Pl^a- 
Deductiono 2Iono. -d\ 
ork completed 4 

jtceTation ^ 

supervision A 


{*o?.ua.oo 



Footings fc 
Reinforcing 

iax. 

plated ork 

Loss 1035 stained onA/C 2, 
Less payment on Acct. 2, 




$76,114.00 

21,564#oo 

4,604*00 


rilu. cerliftoete act r**xur*d «h« a lik* eerUScst* - m»d* br per** oe attached W1 or Uk; 

1 certify tint lb* a here bill is correct and just, and 
that payment tbereior has NOT been reeeired. 


TOTAL 


’Payee. 


r~ 

. I Title . 


10^200.00 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification; 




Account verified; correct for. 
(Signature orjnitiab) 


, „„ lf _ iK»t Ac .bore article, were received in good condition, after doe impaction, acceptance, and delivery prior to payment a. required by law. or the lemca performed 
, 'J' .Z, ,l„ wer , procured under Ae contract numbered above or the unnumbered contract attached hereto, or that they were procured w.Aout written contract. in open 
l^arJtl^rwT.h^t^rt^ under the eircunuUnce. rtatod tn No- of “Method of or Al— 

f^b.ic torvice: and that the price, charged are jrnt and remonable and in accordance wrA Ae agreement. JSBS» ->• • 

(Memorandum—Do not sign) 

t Approved tor 5.-. 


Title 


Construction msirser. 


Paid by 


Check No... <Llcd -* for $ - 

Cash, $_- - » Payee- - 


{l 


on Treasurer of tbe United States 
in favor of payee named above. 


iMemorandum—Do not sign) 


• When s eourb4 r m "a*®*£ ” Jol “ *** UBnWl ^ J<A * I PcI - 

I Tide. 

16—1761 












































































































































$9!H¥192 bflfi ,258 Si1dTd 1 1o) 


_■ V. Ka.,4 V.J »{ 

METHOD OF OR ABSENCE OF ADVERTISING 

(Sootioa 3709 of tho Roviaod Statutoq) 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to_dealers. 

(6) And by notices posted in public places. 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of such omission must be made. The 
notation on the certificate on the face of the voucher must be “2 (s) (J) M or “2 («)/• depending on whether or not notices wero posted.) 

3. W ithout advertising, under an exigency of the service which existed prior to tho order and would not admit of tho delay ineidont 
to advertising. 

4. Without advertising in accordance with_- 


5. Without advertising, it being impracticable to secure competition because of_... 


— 


(.Hot® state clrcumstancos under which the securing of competition was impracticable) 


Note. — Tho above form “Method of or Absence of Advertising” is to bo used when purchases are made or services secured under 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and acceptance, 
or less formal agreement) Standard Form No. 1036 (Revised) should be usod for abstracting the method of or absenco of advertising and 
award of contract. (See General Regulations No. 61, Supplemout No. 6, General Accounting Office, August 20, 1930.) 
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Phon« SPruc® 2647 


DAY AND NIGHT SERVICE 


Phone MAin 1786 


Rocky Mountain Electric Co. 

CONTRACTING ELECTRICIANS 

453 Broadway 

DENVER, COLORADO 

Dec. 27,1935 


J.H.Kirchoff Construction Co., 
700 Lawrence Street 
Denver,Colorado. 

Gentlemen: 


The follov/ing, is an e stimate of electrical 
work installed in the United States Mint, Denver,Colorado. 

Moving single-phase lighting and three-wire 
D.C. Power, service feeders 30-f‘eet West, 

including 306 feet of 500,000 C.M. Cable $ 295.00'' 

Telephone and signal conduit from West end 
of sweep cellar to East end of Gold Vault, 
including 330 feet of 2" conduit, ells, 

couplings, pull boxes,hangers etc. 319.25 V 

Lighting outlets and power feeds in 

basement and first floor deck of extension 33 6.30 S 


Total 


$1000.55 


Yours very truly, 

ROCKY MOUNTAIN ELECTRIC CO. 



WMH:HM 





PROGRESS REPORT FOR THE MONTH OF October- 1935 
building, u. s. Addition- AT Denver, Colo* 


contractor **• J* Kirchhof Construction Co*, T|ME L|M|T 300- days from 

Sept. 13 th- 1935’ 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY July - let- 1935 


BRANCH 

Total Value of 
Branch 

Total Value Com¬ 
pleted to last report 

Value completed 
Since Last Report 

PER CENT COMPLETED 

last month Starting. 

This Month JLvO 

DOLLARS 

CTS. 

DOLLARS 

CTS. 

DOL1 ARS 

CTS. 

Demolition Shoring, 

4,457 

00 



'.t eoc 

.00 

.00 

i nio ivi^/fN i rl 

Normal 

Excavation, 

I'iimdCementFlniehee- 

4,790 

5.930 

,00 

.00 

._ ITm ^ m 



> a,ooc 





EOU1 PMF 

NT 

itConcrete 

23,04S 

1 





fc-VM w 1 r 1 ▼! L. 

Watorproofing — Subdrains, 

209 

1 





Adaouate- 

Brickwork, 

8,013 








Granite work, 

Stonework, &B ®1 # Bio Ck B 

63,195 







334 

00 





FORCE 

Sufficient- 

(’< mn-rtr-y aul vs, old B1 

Jd.10,682 





Strii(‘tural steel and iron, 

43,852, 

00 





Architectural terra cotta, 

6,979 

00 





Structural terra cotta, 

_ covering, it Til# 

2,179, 

5,369, 

00 





00 





Wood work, & Carpentry 

Painting and glazingfc 

6»S10' 

.00 





PROGRESS 

Satisfactory- 

ss 4,143, 

w 

00 





Lathing and plastering, 

1776a, 





Interior marble, terrazzo, etc.. 

985, 

00 





Ornamental metal, & GTlllS 

11,250 

[oo 




- - 

Hardware, BUildCrS* 

382, 

,00 





DELIVERY OF MATERIALS 

On 

VauK.ft«oaw T.4 ma 1 aitm 

340, 

,00^ 






IV T ^STIT 

,00 





Miscellaneous, 

on 5*657, 

,00 



200 

lQO. 



Re-Inforcing Stee 

1 50,976 

00 





Hole! ©toJl & V e Lif 

tD 3,986, 

00 






Shsst Metal 

Plumbing, 

2,356, 

fn ii2Q 

00 





Ga»y»i«g,Soar stone 

XU jOjV, 

11,029, 

uu 

00 





SAMPLES OVERDUE^ 0 ^ 

Heating and ventilating, 

11^865 < i 

00 





SAMPLE 

TIME OVERDUE 

T trie work, 

14.566, 

00 




^LkTUCturel Glass. 

S’,4P3. 

00 







Lighting fixtures, 

66 8, 

00 





Elevators — Lifts, 

3/230, 

00 



• 

CP 

Total, 

297 3 ll2( 

00 



3 f 0001. 


REMARKS, OR INDEPENDENT CONTRACTS Lowering Pier footln 

__ __ _ Structural framing on time- 

Herring Hall & Marvin Safe Co., 5 

Work Co-i noldent with tenetruction contract- Work awarded & shopdrawings 

~ - in pemfe^iv-===== 

Contract, including additions and deductions. * . 297,112.00 

Less value of work not completed. -----S 294,112.00 

T -3,000.0© 

Less 10 per cent retained.* 300.00 

Less payment on account - __ - _ _ _ . bottling 30ft no 

Amount of payment for month o f0Otbb.P* 1935 — ‘ ' ^__ ZOO.00 

Jamea D.Owens, £.700.05 

Form 8701 

TREASURY DEPARTMENT 
Procurement Division 

Public Works Uranch ._... 

Construction Engineer . 


2—14042 
































































































































































































































RADIOGRAM 

Washington, D. C. 
November 15, 1935 

I V 

Construction Engineer Owens 
Denver, Colorado 

Expedite report due November 1st showing progress work 
Denver Mi nt . 


Thos. H. Farrington 

Asst. Supt. of Construction Management. 

Received 
Nov. 15, 1935 
1:05 P.M. 





% ooo^ 



T-f It >' <r~& 

> ^ f' ' * 010 
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Standard Form No. 1034a 

Form approved by 
Comptroller Genoral U. B. 

Juno 18,1926 
(Revised August, 1930) 


Public Voucher for Purchases, and Services other than Personal l 

(Voucher prepared . OC’t*_ 28 • 35 

(Oive place and date) 


>. O. Vm. No .. . 

No _ 


U . S.Tyeaaury_ J3rs»£h. f - 

(Department, Bureau, or Establishment) 

Appropriation: .axa22.r...Bnierg9nj^..C-Qngfeuctlon of Pu blic Buildings , 


>4 ltf44» ,st>Jd >1 V) 1 • 


$. . - . )i‘il *i) 

THE UNITED STATES, Dr, To.. 





.CQna.to_aiiQ)i_G.Qmi>asj^_ 

(Payee) 


^JJre5.s700-Lai^c»S^t-.-----nairver_CnlQLe_ 


— 

' a iJ JI 


PAID BY 


(For use of Paying Office) 


Payees Acd. No. 


Payee must NOT 
use this space 


Contract No. - 8e* t ambex~3Q- SBate HP1-2508. Req.No_ 

Activity . For. 


Date. 


Expendi¬ 

ture 

Symbol 


No. and Data 
of Order 


& 

*3 

J- 

O 

z 

£ 


Date of Delivery 
or Service 


ARTICLES OR SERVICES 

(Enter description. Item Number of Contract or General Supply 
Schedule, and other Information deemed necessary) 

Terms —. % Discount Cash.days 


0ct.26tjh. Contract Amount 

Additions None— 

Deductions— None—* 


Excavation - 
Demolition 





0.00 
800.00 
.00 


ijeiao j. lrion ^ ouu 

Job Supervis^m^^ 200 

89000.00 



Uncompleted Work 


Less 10# retained on Account# 39 O.C 
Less Payments retained Nothigg 


QUAN¬ 

TITY 




(This certificate not roQuired when a like certificate ia made by payee on attached bill or bills) 

I certify that the above bill is correct and just, and 
that payment therefor has NOT been received. 


UNIT PRICE 


Cost 


Per 


AMOUNT 


Dollars 


297,112.00 


#297,112 


.00 


2)94,112 
#3,000 
300 


TOTAL, 


* Payee . 


r~ 

I Title . 


Cts. 


NOTATIONS 


00 


00 

.00 


Payee must 
NOT use this 
column 


#&*7.0.Q .,QQ. 


(Additional statements by Department, Bureau, 
or Establishment, if deemed necessary) 


(Accounting Classification) 


(Payee must NOT use this space) 
Differences: _ 


Account verified; correct for_$ ^ 


^Signature or initials) . 


I certify that the above articles were received in good condition, after due inspection, acceptance, and delivery prior to payment as required by law, or the services performed 
as stated; that they were procured under the contract numbered above or the unnumbered contract attached hereto, or that they were procured without written contract in ooen 

market, and with or without advertising, under the circumstances stated m No.- of “Method of or Absence of Advertising * shown on reverse hereof, and were necessarv 

for the public service; and that the prices charged are just and reasonable and in accordance with the agreement. 7 


f Approved for $_ 


(Memorandum—Do not sign) 


Paid by 


Check No. 
Cash, 


dated 


for $. 


on. 


: Payi 


ee 


* When s voucher is signed or receipted in the name of a company or corporation, the name of the person writing the com¬ 

pany or corporate name aa well as the capacity in which ho eigne, must appear. For example: "John Doo Company, per John Per 

Smith, Secretary.*' or * Treasurer, " os the case may be. , , 

t If the ability to certify and authority to approvo aro combined in one person, one signature only is necessary; otherwise 
the approving officer will sign in the blank space below "Approved for 5.and over his official tiUo. Title 

ooTxmxMxvr rxxwrwo omci 10 1751 


Titi^Q^ateuct±Q]i_iiJigl iieer> 

J on Treasurer of the United States 
--—— I in favor of payee named above. 


(Memorandum—Do not sign) 




















































































































METHOD OF OR ABSENCE OF ADVERTISING 


(Section 3709 of the Revised Statutes) 

t A. •> t - “ * ■ ' * • 

1. After advertising in newspapers. 

2. (a) After advertising by circular letters sent to-dealers. 

( b ) And by notices posted in public places. . made. The 

(If notices were not posted in addition to advertising by circular letters sent to dealers, explanation of sucn omission mus 
notation on the certificate on the face of the voucher must be “2 (a) (l) M or “2 («)» M depending on whether or not notices were pos e . 

3 . Without advertising, under an exigency of the service which existed prior to the order and would not admit of t o e a\ n 


to advertising. 

4. Without advertising in accordance with-*- 

5 . Without advertising, it being impracticable to secure competition because of — 


(Here state circumstances under which the securing of competition was impracticable) _ ; 

Note.— The above form “Method of or Absence of Advertising” is to be used when purchases are made or services “ cur ®f ,^;® r 
proper authority without written agreement in any form. In case of a written agreement (formal contract, proposal and. a ^. e £ nr j 
or less formal agreement) Standard Form No. 1036 (Revised) should be used for abstracting the method of or absence of advertis g 
award of contract. (See General Regulations No. 51, Supplement No. 6, General Accounting Office, August 20, 1930.) 
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PROGRESS REPORT FOR THE MONTH OF .. 19sA$"" 

BUILDING, U. . at 

,,y . j C ^dJ- €e> - TIME LIMIT 



CONTRACTOR 


-. 19 

j^r* 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY 7—L- . 19 






REMARKS, OR INDEPENDENT CONTRACTS 


Contract, including additions and deductions - $ 

Less value of work not completed.- - . ^ 

Less 10 per cent retained.- - $ 

Less payment on account - -- -- -- -- _ _ _ 

Amount of payment for month of.. . 3 'fcU. 

Form 8701 _ - - ** * - •*- w ^ —- — — ^ — 

TREASURY DEPARTMENT 

Procurement Division .—-------- 

Public Works Branch wnmmn nu>mx»wno 2—14042 Construction Engineer . 

























































































































































































































SEVENTH AND LAWRENCE STREETS 


DENVER, COLORADO 

TELEPHONE MAIN 5314 

October 23, 1935 


Procurement Division 
Public v.orkB Branch 

James 1 >* Owens, Construction ^igineer 

U. 0. r/liit, 

Denver, Colo. 

Dear sir: 


re submit for your approval a break-down of our proposal 
for the construction of the extension anJ remodel! inr of the U. 
Mint, Denver, Colorado: 


iA 1 . Excavation: 

Plain 

Hand 

Backfill 

Grading 

*\ 2. Concrete ork (Extension) 

Concrete 
For s 

v\ 3. Concrete ork (Vaults & Old Bldg.) 
Concrete 
Forms 

t\ 4. Cement .ork (Extension) 

Topping and Hardener 

Mai lint' oncrete 
Cement Ease 
Protection, itc. 

A 5. Cement -ork (Vaults ' did Idg) 

T.\. ing anJ. Hardener 
Cement Base & dteps 
Grouting Beams 

rotection, Etc. 

^ 6. Belgian lock Pavement 


$ 2 , 562*43 
1,114.10 
357.05 

J&T..Q5 f / 


10,050.85 A 


7,725.18 

2f935.1&_y g ‘6CB 


1,915.16 

1,200.05 
107.64 
311.60 


1,502.85 

247.66 

222.82 

JH56.15 ^ ... . 

334.51 


v v 7. Darapproofing 

G. Brickwork 

Co imon 

Face (Interior) 


209.63 

5,528.74 

»MUm 


Carried For’d. 53,936.44 











-,i VI II i H AMO WW¥W*We* OTKOCTO 

DENVER,COLORADO 

ttLf^HOHe MAIM 5214 


Jam00 ft. Owene - Pei® 2 


-rot. onvard 


A 0. Hollow Tile tttoeke (rxWrielon) 

X • • • (Old HlAg.) 

x lOiOrunUi 
»\ Terra Cotta 

ll.Oonoral iu>ervl«ion,c&rta ; .e, tools ft o*palpacnt 
temporary bldge.,phone,part!ttone, 
hauling rabbieh 

Jv xi‘. omolltlon ft cutting 

> H.MUM0 •*- - £&i , 0 

i\ 14* Hardware *- 

A 15.lumber,f,r>un!», flooring,etc. 

0( 16.Structural ft JUscolUnooue Stool & Ornamental 
Iron 

A 17 .Reinforcing tool ft Woah 

lO.V.rtlOfcl Lift Don-8 ~ o<s 

^ 19.Hollow Metal Doore,Toilet doored 
A co.sheet Metal 
\ el.Tllo " : dm, o* It ion Hoofing 


53,936.44 

1,001.72 

1aQ£©.87 

60,195.12 
6,979.33 


5,636.23 

4,457.51- 
5,902.61 
682.72 ^ 
308.78 

55,102.27 
20,976.33 
4,344.99 
1,641.90 
2,356.32 
2,369.69 
1,765.05 
11,029.59 


v\ fifi.Lathing ft T la a taring 

A 23. ape tone 

* 84 * MurMo x 

A os.TerrnBROJ 

\ gg.Weatheretrippini; ft caulking 
v \ 87.FeintIni ft Shop Coating C^ HS^yZ 

852, 566.98 


'406.05 
^ ^ [ 


579.33 
37B.11 
3. 342.30 







* 



SEX E\Th L^VVRENCE STREETS 

DENVER.COLORADO 

TELEPHONE HAIM S3** 


Ja»*a . Ovsno - Fage 3* 

C&rriod Forward 

852,566.98 

28. Glass ?1 sing 


001.04 

A 89. PluwMng 


10,039.66 

^ 30. Heating 


11,665.17 

- 1 31. Slsctrienl 


1*,566.06 

\ 38. Electric Fixture's 


666.46 

*\ 33. tinolsun 


349.03 

34. narrators 


3,230.09 

v V 35. Structural Glass 


■-naasa 7 


Total 

£97,112.00 


Trusting this Is satisfactory, v.e arc 


rs 


Yours very truly, 

F. J. KIOCHHOF CONSTRUCTION CC. 





OBF»S 


1 








* 

4.4 5 7.0 0 
4. 7 9 a 0 0 
5 9 R a 0 0 
2 3.0 4 2.0 0 
r o a o o 

991 1.00 

6 Q i 9 5.0 0 

13400 

1 0, ( 6 a 0 0 

4 3 8 5 2.0 0 
6.9 7 9.0 0 
217900 
2.’6 9.00 
6? 1 . aoo 
414300 

1 7 6 5 . o 0 
9 8 5.00 

1125900 
68 2.00 
” A 9.0 0 
77 2.0 0 
5 6 5 7.0 0 

2 0,9 7 6.0 0 
1986.00 

2 7 5 6.0 0 
1 0,6 3 90 0 
1 1 0 2 900' 

1 1 8 6 5.0 0 
1 4 56 6.0 0 

242300 

66 aoo 

32 3 0.0 0 


297,1 1 200 




PROGRESS REPORT FOR THE MONTH OF 


October 


, 1935 . 


BUILDING, U. S. MUR . AT .COLO. 


CONTRACTOR F. J. KIRCHHOF CONST. CO. time LIMIT 300 daji trm . 19 

Sept. 13 til.*35 

APPROXIMATE DATE BUILDING READY FOR OCCUPANCY 7...-. 19 


-:-—--- 

Total Value of 

Total Value com¬ 
pleted to Last Report 

Cr -f 

Value completed 

Cm/*r | i ct DronDT 

PER CENT COMPLETED 

BRANCH 



bINCE LAST KEPORT 

LAST MONTH... 



DOLLARS 

CTS. 

dollars 

CTS 

DOLLARS 

CTS. 

THIS MONTH - - 

Demolition—Shoring, 

4457 PO 



Zd£ 


NORMAL. 


Excavation, 

4790 

00 



2 & & o 

r> <T> 

- ...... ■ - 


Kits* Cement Finish 

5980 

00 





EQUIPMENT 

Footings, A Concrete 

23*042 

oo 





t 

\ \ 


Waterproofi ng XXJUUUUK# 

209 

00 





\ 


Brickwork, 

8*913 

00 





A .—.- 


Granite work, 

68.195 

00 






Stonework, & Bal.Blocks 

334 

00 





FORCE 


Concrete, Vaults Old B. 

10*662 

00 





\ 


Structural steel and iron, 

43*852 

00 





k 


Architectural terra cotta, 

6.979 

00 







S- ’ctural terra cotta, 

2,179 

00 





M \ 


i i covering, & 'tilt 

2.369 

00 





= ■ i -bc= 


Woodwork, a Carpentry 

6*210 

— ■ —- 

00 





PROGRESS 

Painting and glazing, A GlaSS 

4,143 

00 







Lathing and plastering, 

1*765 

00 





i 


Interior marble, terrazzo, etc., 

985 

00 





\\ 


Ornamental metal, A Grills 

11*250 

ob 





---- ■ - 


Hardware, 

682 

00 





DELIVERY OF MATERIALS 

Uaoinm . G 

ilk? 

00 





\ 



Eg 372 

00 






Miscellaneous, (k SuperviBiOl 

I 5*657 

ocT 



2.oo 

O O 


Ro-iaforce Steel 

20.976 

00 







loliov M.A Vert .L .poors 

5,986 

00 







Sheet Metal 

2*356 

00 







Plumbing, 

10*639 

oo 







ifeKBirwK Soap Stone 

11*029 

00 





OMIVirL-t.5> UVtKUUL 

Heating and ventilating, 

11*865 

00 





SAMPLE 

TIME OVERDUE 

1 ric work, 

14&566 

00 







Structural Claes 

2,423 

00 







Lighting fixtures, 

668 

00 







Elevators—Lifts, 

3,230 

00 







Total, 

297,112 

00 




_ 




REMARKS, OR INDEPENDENT CONTRACTS 


Schedule of the estimated costs of the main branches 
of the work, to be used for determining Partial pay- 

monto ^ acubTdahug with Para. 15 o f t he Specification. - 

Contract, including additions and deductions - .<$ 

Less value of work not completed - V 


Less 10 per cent retained 
Less payment on account 
Amount of payment for month of. 


Form 8701 

TREASURY DEPARTMENT 
Procurement Division 
Public Works Branch 


?. J. KIRCHHOF CCNSTR.CCMP 



OOYERMtEXT PklKTOtO OIT1C* 2 - 14042 


^2—14042 Cfirutir'i 


L construction Engineer, 


































































































































































































































SEVENTH AND LAWRENCE STREETS 

DENVER,COLORADO 

TELEPHONE MAIN 5314 

October 23, 1935 

Procurement Division 
Public Works Branch 

James D. Owens, Construction Engineer 
U. S. Mint, 

Denver, Colo. 

Dear Sir: 


fnr ^« T7e + SUb ?} t for your a PP rov &l a break-down of our proposal 
Mint, Denver^^olorado^ ““ extenalon and remodelling of the U. S. 


1 . Excavation: 

Plain 

Hand 

Backfill 

Grading 

2. Concrete Work (Extension) 

Concrete 

Forms 

3. Concrete Work (Vaults & Old Bldg.) 

Concrete 
Fo rms 

4. Cement Work (Extension) 

Topping and Hardener 
Mailing Concrete 
Cement Base 
Protection, Etc. 

5. Cement Work (Vaults & Old Bldg' 

Topping and Hardener 
Cement Base & Steps 
Grouting Beams 
Protection, Etc. 

6 . Belgian Block Pavement 

7. Darapproofing 

8 . Brickwork 

Common 

Face (Interior) 


$2,562.43 
1,114.10 
557.05 
557.05 


10,050.85 

12,992.00 


7,726.18 

2,935.13 


1,915.16 
1,260.05 
187.84 
311.60 


1,502.85 

247.66 

222.82 

336.15 

334.51 

209.63 


5,528.74 
3.384.64 


Carried Por'd. 53,936.44 











x’ ■ 


SEVENTH AND LAWRENCE STREETS 

DENVER, COLORADO 

TELEPHONE MAIN 5314 



James D. Owens - Page 2 

Brot. Forward 

9. Hollow Tile Blocks (Extension) 

" " " (Old Bldg.) 

10 . Granite 
Terra Cotta 

11. General Supervision,cartage,tools & equipment 

temporary bldgs.,phone,partitions, 
hauling rubbish 

12. Demolition & cutting 

13. Hillwork 

14. Hardware 

15. Lumber,grounds,flooring,etc. 

16.Structural & Miscellaneous Steel & Ornamental 
Iron 

17. Reinforcing Steel & Mesh 

18. Vertical Lift Doors 

19. Hollow Metal Doors,Toilet doors 
20.Sheet Metal 

21 . Tile & Composition Roofing 

22 . Lathing & Plastering 
23.Soapstone 

24 .-Marble 

25. Terrazzo 

26. Weatherstripping & caulking 

27. Painting & Shop Coating 


53,936.44 

1,081.72 

1,098.87 

68,195.12 

6,979.39 

5,636.23 

4,457.51 

5,902.81 

682.72 

308.78 

55,102.27 
20,976.33 
4,344.99 
1,641.90 
2,356.32 
2,369.69 
1,765.85 
11,029.59 
406.65 
579.33 
372.11 
3. 342.30 


Carried Forward 


252,566.92 







SEVENTH AND LAWRENCE STREETS 

DENVER,COLORADO 

TELEPHONE MAIN 5314 


James D. Owens - Page 3. 

Carried Forward 

252,566.92 

88. Glass & Glazing 


801.04 

29. Plumbing 


10,639.66 

30. Heating 


11,865.17 

31. Electrical 


14,566.86 

32. Electric Fixtures 


666.46 

33. Linoleum 


349.83 

34. Elevators 


3,230.89 

35. Structural Glass 


0 

2.423.17 


Total 

297,112.00 

Trusting this is 

satisfactory, v/e are 

0 


Yours very truly, 

F. J. KIRCHHOF CONSTRUCTION CO. 



GBF*S 








lartiol Payment schedule¬ 


rs. t.*int Addition- Oliver,Colo. 


PW-SBH^* 


r - 


Oct. *>8 th« 
Denver, Colo. 


Super via In/? Engineer, 

Public '©rka L’renoh, 
PiAow-oBsent Division, 
Poderol varehoai e, 

fsshlngton, 0.0. 


Sir:- 


In compliance with paragraph 13 of 
the Denver, Vint, Extention, Denver, Colo. 

Attached herewith la a schedule of 
the estimated costs of the main branches of 
the work, agreed upon betvoen the contractor 
aid the writer to be used far determining 
partial payments during the progress of tho 
work. 


Respectfully, 


Jsuae b D* Owens, 


Construction ngineer. 































